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Overview 


Santa Clara Valley Water District 


CAPITAL IMPROVEMENT PROGRAM 
FISCAL YEAR 1998-99 

OVERVIEW 


The 5-year Capital Improvement Program (CIP) provides the Board and the public with the District’s capital 
investments plans for the next five-year period, the estimated financial cost of those investments, and the sources 
of funds. 

The estimated five-year program total cost for the Northwest Zone is $48.0 million, $3.1 million for the North 
Central Zone, $64.9 million for the Central Zone, $61.1 million for the East Zone, $0.9 million for the South Zone, 
$176.9 million for the Water Utility Enterprise, $9.8 million for the District General Fund and $8.1 million for the 
Equipment Service Fund. 

FISCAL YEAR 1998-99 CAPITAL BUDGET 


Northwest Zone 

The Northwest Zone capital appropriation in FY 1998-99 total is $3,584,470. 

The Zone has authorization for $30 million of long term debt under the current benefit assessment program. The 
$30 million will be used to finance the Adobe and Permanente Creek projects using the annual benefit assessments 
to meet debt service. This authorization is to be exercised and the certificates of participation issued by June 2000. 

The major capital works for fiscal year 1998-99 consist of the planning for the remedial work on Matadero Creek 
from Highway 101 to El Camino Real, design and construct Adobe Creek from Foothill Expressway to West Edith 
Avenue, continue the planning for Permanente Creek, and begin the planning for San Francisquito Creek. 

With the end of the current benefit assessment program in June 2000 and the uncertain mitigation cost to construct 
future capital projects, a conservative capital program is being implemented for the next five years or until 
additional funding sources are defined. 


North Central Zone 

The North Central Zone capital appropriation in FY 1998-99 total is $2,159,944. 

The Zone has a debt payment obligation to the Central Zone by the year 2000 of $1.9 million. The Zone has 
authorization for $1 million of long term debt under the current benefit assessment program. The Zone may have 
additional debt capacity by June 2000 when the benefit assessment program ends. After June 2000, the Zone has 
an option of collecting a tax to repay the debt service on the outstanding general obligation bonds of approximately 
$240,000. 

The major capital work in fiscal year 1998-99 consists of completing the Calabazas Creek improvements from 
Homestead Road to Miller Avenue and initiating the revegetation work on Calabazas Creek from Lawrence 
Expressway to Homestead Road. 
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With the end of the current benefit assessment program in June 2000 and the uncertain mitigation cost to construct 
future capital projects, a conservative capital program is being implemented for the next five years or until 
additional funding sources are defined. 


Central Zone 

The Central Zone capital appropriation in FY 1998-99 total is $7,836,009. 

The District will continue to pursue subventions funds from the State of California. The Zone has received 
approximately $4.8 million from the Proposition 204 proceeds with an outstanding balance of more than $20 
million. 

The major capital work in fiscal year 1998-99 consists of continuing with the Guadalupe River project. 

With the end of the current benefit assessment program in June 2000 and the uncertain mitigation cost to construct 
capital projects, a conservative capital program is being implemented for the next five years or until additional 
funding sources are defined. 


East Zone 

The East Zone capital appropriation in FY 1998-99 total is $1,080,069. 

The Zone has authorization for $27 million of long term debt under the current benefit assessment program. This 
authorization is to be exercised and the certificates of participation issued by June 2000. 

The District will continue to pursue federal funding for future capital work. 

The major capital works in fiscal year 1998-99 consists of implementing mitigation work for the stream 
maintenance program, continue the study to investigate flooding, erosion, sedimentation, and maintenance problems 
on Coyote Creek, and continue the coordination with the United States Army Corps of Engineers for the feasibility 
study of Upper Penitencia Creek from Coyote Creek and Dorel Drive. 

With the end of the current benefit assessment program in June 2000 and the uncertain mitigation cost to construct 
new capital projects, a conservative capital program is being implemented for the next five years or until additional 
funding sources are defined. 


South Zone 

The South Zone capital appropriation in FY 1998-99 total is $872,999. 

The Zone has strived to keep annual expenditures equal to or less than annual revenues. The District will continue 
to pursue funds from the federal Natural Resource Conservation Service Program and the State Subventions 
Program for future capital work. 
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The major capital work in fiscal year 1998-99 consists of continuing coordination efforts for the Llagas Creek 
project. 


With the end of the current benefit assessment program in June 2000 and the uncertain mitigation cost to construct 
new capital projects, a conservative capital program is being implemented for the next five years or until additional 
funding sources are defined. 


Water Utility Enterprise 

The Water Utility Enterprise capital appropriation in FY 1998-99 total is $17,847,795. 

The major capital work in fiscal year 1998-99 consists of the continued implementation of the fish enhancement 
program, the recycled water program, the preventative maintenance program, and upgrades at the District’s water 
treatment plants to comply with the new and proposed water quality regulations. 


District General Fund 

The District capital appropriation in FY 1998-99 total is $3,649,826. 

The major capital work is fiscal year 1998-99 consists of the continued site improvements at various District 
facilities. 


Equipment Service Fund 

The Equipment capital project appropriation in FY 1998-99 total is $2,104,875. 
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Financial Summaries 


Santa Clara Valley Water District 




CAPITAL IMPROVEMENT PROGRAM 
FISCAL YEAR 1998-99 

FUNDING SOURCES 

(thousands of $’s) 


Northwest Flood Control Zone Fund 
5-Year Total Cash Flow $48,035 


Federal 

Reimbursement 


($0) Local 

0% Reimbursement 


State 

Reimbursement 


($672) 

1 % 


Net Operating 
Revenues ($6,950) 



COP’S ($30,000) 
63% 


14 % 


Reserves ($10,414) 
22 % 


Northwest Flood Control Zone Fund 
FY98/99 Total Cash Flow $3,584 


State 

Reimbursement 

($ 0 ) 

0 % 


Federal 

Reimbursement 

($ 0 ) 

0% 


Local 

Reimbursement 

($ 0 ) 

0 % 


COP’S ($0) 
0 % 



Net Operating 
Revenues 
($3,584) 
100 % 


Reserves ($0) 
0 % 
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CAPITAL IMPROVEMENT PROGRAM 
FISCAL YEAR 1998-99 

FUNDING SOURCES 

(thousands of $'s) 


North Central Flood Control Zone Fund 
5-Year Total Cash Flow $3,081 


State 


Federal 



Net Operating 
Revenues 
($2,160) 
70% 


COP’S ($921) 


Reimbursement 

($ 0 ) 

0 % 


Reimbursement 

($ 0 ) 

0 % 


Local 

Reimbursement 
($ 0 ) 

0 % 


Reserves ($0) 
0 % 


North Central Flood Control Zone Fund 
FY 98/99 Total Cash Flow $2,160 


State 

Reimbursement 

($ 0 ) 

0 % 


Federal 

Reimbursement 

($ 0 ) 

0 % 


Local 

Reimbursement 
($ 0 ) 

0 % 


COP'S ($0) 
0% 



Net Operating 
Revenues 
($2,160) 
100 % 


Reserves ($0) 
0 % 
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CAPITAL IMPROVEMENT PROGRAM 
FISCAL YEAR 1998-99 
FUNDING RESOURCES 

(thousands of $'s) 


Central Flood Control Zone Fund 
5-Year Total Cash Flow $64,936 


Local 


State 


Federal Reimbursement Reimbursement 



Reserves ($0) 
0 % 


COP'S ($10,000) 
15% 


Net Operating 
Revenues 
($23,254) 
36% 


Reimbursement ($o) 

($31,683) 0 % 

49% 


Central Flood Control Zone Fund 
FY 98/99 Total Cash Flow $7,836 



Federal 

Reimbursement 

($3,752) 

48% 


Local 
Reimbursement 


COP'S ($0) 
0 % 


State 

Reimbursement 

($ 0 ) 

0 % 


Net Operating 
Revenues 
($4,084) 
52% 


($ 0 ) 


0 % 
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CAPITAL IMPROVEMENT PROGRAM 
FISCAL YEAR 1998-99 

FUNDING RESOURCES 

(thousands of $'s) 


East Flood Control Zone Fund 
5-Year Total Flow Cash $61,160 



Net Operating 
Revenues 
($25,892) 
42% 


COP’S ($27,000) 
44% 


Reserves ($330) 
1 % 


Federal 

Reimbursement 

($660) 

1 % 


State 

Reimbursement 

($7,254) 

12 % 


Local 

Reimbursement 

($25) 

0 % 


East Flood Control Zone Fund 
FY 98/99 Total Flow Cash $1,080 


Local 

Federal Reimbursement 

Reimbursement ($25) 

($231) 2% 

21 % 


State 

Reimbursement 

($ 0 ) 

0% 



Reserves ($116) 
11 % 


Net Operating 
Revenues ($709) 
66 % 


COP’S ($0) 
0 % 
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CAPITAL IMPROVEMENT PROGRAM 
FISCAL YEAR 1998-99 

FUNDING RESOURCES 

(thousands of $'s) 


South Flood Control Zone Fund 
5-Year Total Cash Flow $873 


Local 

Reimbursement 

($ 0 ) 

0% 


Net Operating 
Revenues($0) 
0 % 



Reserves ($346) 
40% 


Federal 

Reimbursement 

($ 0 ) 


State 
Reimbursement 
($527) 

60% 


COP'S ($0) 
0 % 


0 % 


South Flood Control Zone Fund 
FY 98/99 Total Cash Flow $873 


Local 

Reimbursement 

($ 0 ) 

0 % 


Net Operating 
Revenues ($0) 

0% Reserves ($346) 



40% 


State 
Reimbursement 
($527) 

60% 


Federal 

Reimbursement 


($ 0 ) 


0 % 


COP'S ($0) 
0 % 
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CAPITAL IMPROVEMENT PROGRAM 
FISCAL YEAR 1998-99 
Funding Sources 

(thousands of $'s) 

Water Enterprise Fund 
5-Year Total Cash Flow $176,922 

Net Operating 
Revenues Reserves 
($4,015) ($13,831) 

2 % 8 % 



Debt ($159,076) 
90% 


Water Enterprise Fund 
FY 98/99 Total Cash Flow $17,846 



Net Operating 
Revenues 
($4,015) 


Debt ($0) 
0 % 


($13,831) 

78% 
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CAPITAL IMPROVEMENT PROGRAM 
FISCAL YEAR 1998-99 
FUNDING SOURCES 

(thousands of $'s) 


District General Fund 
5-Year Total Cash Flow $9,803 



Debt ($0) 
0% 


Net Operating 
Revenues 


($6,727) 

69% 


District General Fund 
FY98/99 Total Cash Flow $3,650 

Debt ($0) 

qo/ 0 Net Operating 

Revenues ($0) 












FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
FUNDING SOURCES 
FISCAL YEAR 1998-1999 

(SOOO’s) 



PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

FLOOD CONTROL ZONES 








Northwest Zone 








Net Operating Revenues 


3,584 

29 

579 

238 

2,520 

6,950 

Reserves 


0 

4,960 

4,650 

450 

354 

10,414 

COP 


0 

2,452 

11,000 

9,359 

7,188 

29,999 

Federal Reimbursement 


0 

0 

0 

0 

0 

0 

State Reimbursement 


0 

0 

0 

0 

0 

0 

Local Reimbursement 


0 

0 

0 

238 

434 

672 

Funding Sources Totals: 


3,584 

7,441 

16,229 

10,285 

10,496 

48,035 

Requested Appropriation Totals: 

28,431 

3,584 

7,441 

16,229 

10,285 

10,496 

48,035 

North Central Zone 








Net Operating Revenues 


2,160 

0 

0 

0 

0 

2,160 

Reserves 


0 

0 

0 

0 

0 

0 

COP 

• 

0 

0 

0 

0 

0 

0 

Federal Reimbursement 


0 

245 

239 

237 

200 

921 

State Reimbursement 


0 

0 

0 

0 

0 

0 

Local Reimbursement 


0 

0 

0 

0 

0 

0 

Funding Sources Totals: 


2,160 

245 

239 

237 

200 

3,081 

Requested Appropriation Totals: 

18,424 

2,160 

245 

239 

237 

200 

3,081 

Central Zone 








Net Operating Revenues 


4,084 

8,903 

6,868 

2,764 

634 

23,253 

Reserves 


0 

0 

0 

0 

0 

0 

COP 


0 

1,111 

8,889 

0 

0 

10,000 

Federal Reimbursement 


3,752 

9,970 

15,459 

2,422 

80 

31,683 

State Reimbursement 


0 

0 

0 

0 

0 

0 

Local Reimbursement 


0 

0 

0 

0 

0 

0 

Funding Sources Totals: 


7,836 

19,984 

31,216 

5,186 

714 

64,936 

Requested Appropriation Totals: 

76,662 

7,836 

19,984 

31,216 

5,186 

714 

64,936 

East Zone 








Net Operating Revenues 


709 

3,254 

2,409 

6,330 

13,189 

25,891 

Reserves 


115 

174 

40 

0 

0 

329 

COP 


0 

8,373 

2,373 

5,510 

10,745 

27,001 

Federal Reimbursement 


231 

349 

80 

0 

0 

660 

State Reimbursement 


0 

1,371 

4,031 

1,081 

771 

7,254 

Local Reimbursement 


25 

0 

0 

0 

0 

25 

Funding Sources Totals: 


1,080 

13,521 

8,933 

12,921 

24,705 

61,160 

Requested Appropriation Totals: 

60,105 

1,080 

13,521 

8,933 

12,921 

24,705 

61,160 
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FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
FUNDING SOURCES 
FISCAL YEAR 1998-1999 

(SOOO's) 



PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

South Zone 








Net Operating Revenues 


0 

0 

0 

0 

0 

0 

Reserves 


346 

0 

0 

0 

0 

346 

COP 


0 

0 

0 

0 

0 

0 

Federal Reimbursement 


0 

0 

0 

0 

0 

0 

State Reimbursement 


527 

0 

0 

0 

0 

527 

Local Reimbursement 


0 

0 

0 

0 

0 

0 

Funding Sources Totals: 


873 

0 

0 

0 

0 

873 

Requested Appropriation Totals: 

12,287 

873 

0 

0 

0 

0 

873 

WATER ENTERPRISE FUND 








Net Operating Revenues 


4,015 

0 

0 

0 

0 

4,015 

Reserves 


13,831 

0 

0 

0 

0 

13,831 

Debt 


0 

83,360 

66,516 

4,239 

4,961 

159,076 

Funding Sources Totals: 


17,846 

83,360 

66,516 

4,239 

4,961 

176,922 

Requested Appropriation: 








Source of Supply 

6,432 

1,410 

3,862 

1,483 

293 

270 

7,318 

Raw Water Transmission & Distribution 

11,470 

6,273 

8,441 

697 

533 

1,745 

17,689 

Water Treatment 

16,610 

8,685 

69,521 

62,983 

2,617 

770 

144,576 

Treated Water T & D 

13,960 

1,414 

1,536 

1,353 

796 

2,176 

7,275 

Administration & General 

167 

64 

0 

0 

0 

0 

64 

Requested Appropriation Totals: 

48,639 

17,846 

83,360 

66,516 

4,239 

4,961 

176,922 

DISTRICT GENERAL FUND 








Net Operating Revenues 


0 

1,433 

1,644 

0 

0 

3,077 

Reserves 


3,650 

1,432 

1,644 

0 

0 

6,726 

Debt 


0 

0 

0 

0 

0 

0 

Funding Sources Totals: 


3,650 

2,865 

3,288 

0 

0 

9,803 

Requested Appropriation Totals: 

30,153 

3,650 

2,865 

3,288 

0 

0 

9,803 

SERVICE FUND 








Net Operating Revenues 


0 

0 

0 

0 

0 

0 

Reserves 


2,105 

1,500 

1,500 

1,500 

1,500 

8,105 

Debt 


0 

0 

0 

0 

0 

0 

Funding Sources Totals: 


2,105 

1,500 

1,500 

1,500 

1,500 

8,105 

Requested Appropriation Totals: 

2,292 

2,105 

1,500 

1,500 

1,500 

1,500 

8,105 
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FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

($000's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

Northwest Zone 








Adobe Creek 

4,485 

1,151 

487 

3,579 

359 

1,275 

6,851 

Automated Mapping/GIS 

167 

13 

0 

0 

0 

0 

13 

Matadero Creek 

22,045 

1,380 

4,989 

4,650 

450 

354 

11,823 

Permanente Creek 

1,107 

731 

1,965 

8,000 

9,000 

8,000 

27,696 

San Francisquito Creek 

177 

0 

0 

0 

476 

867 

1,343 

Stevens Creek 

451 

104 

0 

0 

0 

0 

104 

Stream Maintenance Program-Wetlands Mitigation 

0 

206 

0 

0 

0 

0 

206 

Requested Appropriation Totals: 

28,431 

3,584 

7,441 

16,229 

10,285 

10,496 

48,035 

North Central Zone 








Automated Mapping / GIS 

167 

13 

0 

0 

0 

0 

13 

Calabazas Creek 

17,972 

1,941 

245 

239 

237 

200 

2,862 

San Tomas Creek 

285 

0 

0 

0 

0 

0 

0 

Stream Maintenance Program-Wetlands Mitigation 

0 

206 

0 

0 

0 

0 

206 

Requested Appropriation Totals: 

18,424 

2,160 

245 

239 

237 

200 

3,081 

Central Zone 








Alamitos Creek 

79 

0 

44 

44 

89 

0 

177 

Automated Mapping/GIS 

167 

13 

0 

0 

0 

0 

13 

Canoas Creek 

190 

0 

0 

254 

254 

554 

1,062 

Guadalupe River-San Francisco Bay/1880 

75,861 

7,505 

19,940 

30,918 

4,843 

160 

63,366 

Los Gatos Creek 

365 

112 

0 

0 

0 

0 

112 

Stream Maintenance Program-Wetlands Mitigation 

0 

206 

0 

0 

0 

0 

206 

Requested Appropriation Totals: 

76,662 

7,836 

19,984 

31,216 

5,186 

714 

64,936 

East Zone 








Automated Mapping / GIS 

167 

13 

0 

0 

0 

0 

13 

Berryessa Creek 

1,875 

0 

3,391 

0 

2,020 

13,490 

18,901 

Calera Creek 

0 

26 

0 

0 

0 

0 

27 

Coyote Creek 

31,464 

373 

1,385 

1,583 

1,789 

1,044 

6,174 

Lower Silver Creek 

25,220 

0 

8,048 

7,073 

8,668 

10,171 

33,960 

Stream Maintenance Program-Wetlands Mitigation 

0 

206 

0 

0 

0 

0 

207 

Thompson Creek 

885 

0 

0 

117 

444 

0 

561 

Upper Penitencia Creek 

494 

462 

697 

160 

0 

0 

1,319 

Requested Appropriation Totals: 

60,105 

1,080 

13,521 

8,933 

12,921 

24,705 

61,161 
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FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

($000's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

South Zone 








Automated Mapping / G1S 

167 

13 

0 

0 

0 

0 

13 

Lower Llagas Creek 

3,852 

153 

0 

0 

0 

0 

153 

Stream Maintenance Program-Wetlands Mitigati 

0 

206 

0 

0 

0 

0 

206 

Upper Llagas Creek 

8,268 

501 

0 

0 

0 

0 

501 

Requested Appropriation Totals: 

12,287 

873 

0 

0 

0 

0 

873 

Source of Supply 








Chesbro Dam and Reservoir 

0 

0 

233 

731 

0 

0 


Geotechnical Surveillance Automation Project 

0 

98 

1,235 

100 

0 

0 

1,433 

Leniham Dam & Lexington Reservoir 

5,922 

243 

574 

155 

270 

270 

1,512 

Pacheco Pumping Station 

33 

0 

25 

112 

23 

0 

160 

Santa Clara Tunnel 

472 

224 

0 

0 

0 

0 

224 

South County Recycle Water Improvement 

5 

844 

1,795 

385 

0 

0 


Requested Appropriation Totals: 

6,432 

1,410 

3,862 

1,483 

293 

270 

7,318 

Raw Water Transmission & Distribution 








Almaden Calero Canal 

1,211 

0 

6,895 

425 

310 

0 

7,630 

Almaden Valley Pipeline 

726 

43 

0 

0 

0 

0 

43 

Central Pipeline 

163 

44 

15 

14 

2 

4 

79 

Coyote Canal 

529 

0 

1,025 

154 

0 

0 

1,179 

Coyote Canal Diversion Dam Fish Screen 

0 

732 

80 

0 

0 

0 

812 

Coyote Recharge System 

709 

968 

68 

0 

0 

0 

1,036 

Evergreen Canal 

526 

986 

57 

0 

0 

0 

1,043 

Guadalupe Pipeline 

353 

7 

0 

0 

0 

0 

7 

Guadalupe River-Alamitos Fishways 

436 

1,113 

55 

0 

0 

0 

1,168 

Kirk Ditch 

569 

0 

149 

104 

0 

0 

253 

Masson Dam Fishways 

0 

671 

95 

0 

0 

0 

766 

Raw Water Control System 

1,421 

443 

0 

0 

0 

0 

443 

San Pedro Recharge Facility 

4,727 

10 

2 

0 

221 

1,741 

1,974 

Stream Maintenance Program-Wetlands Mitigati 

0 

1,032 

0 

0 

0 

0 

1,032 

Upper Penitencia Fishways 

100 

224 

0 

0 

0 

0 

224 

Requested Appropriation Totals: 

11,470 

6,273 

8,441 

697 

533 

1,745 

17,689 
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FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

S-YR TOTAL 

Water Treatment 








Disinfectant/Disinfection By-Products Rule 

0 

1,461 

56,674 

60,580 

1,877 

589 

121,181 

Equipment General 

1,268 

0 

0 

0 

0 

0 

0 

Penitencia Water Treatment Plant 

933 

6,063 

960 

0 

0 

0 

7,023 

Rinconada Treatment Plant 

599 

130 

3,703 

378 

0 

0 

4,211 

Santa Teresa Treatment Plant 

3,428 

38 

73 

0 

0 

0 

111 

Water Quality Lab 

547 

115 

7,900 

0 

0 

0 

8,015 

Wtr Quality Reg Compliance Project 

9,835 

879 

211 

2,025 

740 

181 

4,036 

Requested Appropriation Totals: 

16,610 

8,685 

69,521 

62,983 

2,617 

770 

144,576 




Treated Water Transmission & Distribution 


Milpitas Pipeline 

152 

1,039 

1,039 

0 

0 

0 

2,078 

Parallel East Pipeline 

153 

0 

0 

0 

40 

0 

40 

Rinconada Reservoir 

8,795 

0 

0 

920 

0 

0 

920 

San Tomas Injection Wells 

2,861 

115 

0 

0 

0 

0 

115 

SCVWD/San Francisco Department Intertie 

663 

28 

46 

23 

0 

0 

97 

Snell Pipeline 

509 

64 

0 

0 

0 

0 

64 

Treated Water T & D Control System 

827 

169 

92 

0 

0 

0 

261 

West Pipeline 

0 

0 

359 

410 

756 

2,176 

3,701 

Requested Appropriation Totals: 

13,960 

1,414 

1,536 

1,353 

796 

2,176 

7,275 

Administration & General 








Automated Mapping / GIS 

167 

64 

0 

0 

0 

0 

64 

Requested Appropriation Totals: 

167 

64 

0 

0 

0 

0 

64 

District General Fund 








Crest Building Roof Replacement 

0 

0 

236 

63 

0 

0 

299 

District Headquarters and Facilities 

27,455 

2747 

1119 

1840 

0 

0 

5,706 

District Radio System Replacement 

0 

318 

650 

460 

0 

0 

1,428 

District Security Improvements 

0 

254 

35 

0 

0 

0 

289 

Records Management 

2,698 

331 

825 

925 

0 

0 

2,081 

Requested Appropriation Totals: 

30,153 

3,650 

2,865 

3,288 

0 

0 

9,803 


printed on 3/26/98 
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FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

($000's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

Equipment Service Fund 








New Capital Acquisitions 

220 

455 

500 

500 

500 

500 

2,455 

Replacement - Capital Acquisitions 

2,072 

1,163 

600 

600 

600 

600 

3,563 

Office Computer New Equipment 

0 

298 

250 

250 

250 

250 

1,298 

Office Computer Replacement Equipment 

0 

189 

150 

150 

150 

150 

789 

Requested Appropriation Totals: 

2,292 

2,105 

1,500 

1,500 

1,500 

1,500 

8,105 

Supplemental Schedules 








Automated Mapping/GIS 

1,671 

129 

0 

0 

0 

0 

119 

Stream Maintenance Program Wetlands Mitigati 

0 

2,064 

0 

0 

0 

0 

2,069 

Requested Appropriation Totals: 

1,671 

2,193 

0 

0 

0 

0 

2,193 


printed on: 3/21/98 
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Flood Control Zones: 

> Northwest Zone 

> North Central Zone 

> Central Zone 

> East Zone 

> South Zone 



Santa Clara Valley Water District 



Flood Control Zones 









Northwest Zone 



The Northwest Zone is defined by geographic boundaries encompassing the tributaries and watersheds of San 
Francisquito Creek, Matadero Creek, Barron Creek, Adobe Creek, Stevens Creek, and Permanente Creek. 
Also included in this zone is Stevens Creek Reservoir. The geographic area includes the cities of Palo Alto, 
Los Altos, Los Altos Hills, Mountain View, and portions of Cupertino and Sunnyvale. 


Santa Clara Valley Wafer District 





FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

Northwest Zone 








100403 Automated Mapping/GIS 

167 

13 

0 

0 

0 

0 

13 

100413 Stream Maintenance Program-Wetlands Mitigation 

0 

206 

0 

0 

0 

0 

206 

101001 Adobe Creek-El Camino Real 

3,010 

0 

0 

3,579 

359 

1,275 

5,213 

101005 Adobe Creek-Foothill/W. Edith R5 

1,475 

1,151 

487 

0 

0 

0 

1,638 

102105 Matadero IV ElCmno/Stnfrd Chnl. 

11,637 

27 

0 

0 

0 

0 

27 

102106 Matadero V Stnfrd Chnl/Barron Creek 

9,645 

47 

29 

0 

0 

0 

76 

102107 Matadero VI & VII Bol Pk/Foothill Expwy 

8 

0 

0 

0 

450 

354 

804 

102109 Matadero Creek LOMR 

755 

1,306 

4,960 

4,650 

0 

0 

10,916 

102401 Permanente Creek 

1,107 

731 

1,965 

8,000 

9,000 

8,000 

27,696 

102803 San Francisquito Gabion Bank 

177 

0 

0 

0 

476 

867 

1,343 

102901 Stevens Creek-Fish Ladder Modification 

451 

104 

0 

0 

0 

0 

104 

Requested Appropriation Totals: 

28,431 

3,584 

7,441 

16,229 

10,285 

10,496 

48,035 


Printed on 3/21/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: Northwest Zone 

FACILITY: Adobe Creek 

DESCRIPTION: This project consists of the planning, design, and construction of improvements of 7.5 miles 
of Adobe Creek from the El Camino Real to upstream of Moody Road in the Cities of Palo Alto, Los Altos Hills, 
and Los Altos. The improvements consist of culvert enlargements and bank protection for the localized flooding 
and erosion in this reach. 


JUSTIFICATION: The project is to reduce flooding damages during a 1 percent event, reduce erosion and 
sedimentation, implement a new comprehensive maintenance program and to protect the fish and wildlife habitats 
and the creeks's environmental resources. 

OPERATION IMPACT: None 

SPONSORING GROUP: Water Resources Management Group, Project Development Group 

CONTACTS: Randy Talley, David Hook 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $1,150,857 

SOURCE OF FUNDS: Revenues (planning and design); COP (construction) 

PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


1,151 

487 

579 

359 

175 

2,751 

Construction 


0 

0 

3,000 

0 

1,100 

4,100 

Total 

4,485 

1,151 

487 

3,579 

359 

1,275 

6,851 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: Northwest Zone 

FACILITY: Matadero Creek 


DESCRIPTION: This project consists of the design and construction of improvements to Matadero Creek from 
the Palo Alto Flood Basin to Foothill Expressway. Improvements from the Palo Alto Flood Basin to the Barron 
Creek sediment basin have been completed except for a three year revegetation maintenance period. The State 
Department of Toxic Substance Control has issued a cleanup order for the reach from Bol Park to Foothill 
Expressway. It is anticipated that the design and construction of this reach will be beyond the five year capital 
improvement projection period. District initiated request for flood insurance map revision from the Federal Agency 
Management Agency commenced in Fall 1996. 


JUSTIFICATION: The objective of this project to provide protection from the 1% flood and bank erosion 
protection and to revise flood maps after the District has completed the construction of the flood protection. 


OPERATION IMPACT: None 


SPONSORING GROUP: Project Development Group 
CONTACTS: David Hook 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $1,379,761 

SOURCE OF FUNDS: Revenues (design-FY 99), Reserves (FY 00) 

PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


Planning/Design 


1,166 


Construction 


214 


Total 


22,045 


1,380 


FY00 

485 

4,504 

4,989 


FY01 

0 

4,650 

4,650 


FY02 

449 
1 

450 


FY03 

354 

0 

354 


Total 

2,454 

9,369 

11,823 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: Northwest Zone 

FACILITY: Permanente Creek 

1 — — — ■ 1 - - ■" ■■■*' -. — ' - 

DESCRIPTION: This is a six year study to investigate flooding, erosion, sedimentation, and maintenance 
problems on Permanente Creek and diversion. The project will consist of assessing impacts, evaluating alternatives 
to mitigate the impacts, and recommend a plan for improvements. 

JUSTIFICATION: The objective of this project is to develop a plan that avoids the potential for flood damage, 
reduces erosion and sedimentation, reduces maintenance costs, and protects the fish and wildlife habitats and the 
creeks environmental resources as a whole. 


OPERATION IMPACT: None 


SPONSORING GROUP: Water Resources Management Group 

CONTACTS: Randy Talley 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $730,756 

SOURCE OF FUNDS: Revenues (planning). Reserves and COP's (design & construction) 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST ({thousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


731 

1,965 

665 

1,095 

570 

5,026 

Construction 


0 

0 

7,335 

7,905 

7,430 

0 

Total 

1,107 

731 

1,965 

8,000 

9,000 

8,000 

27,696 


22 

















Permanente Creek 


PROJECT LIMITS 


1% FLOODPLAIN 


PERMANENTE 

WATERSHED 


Santa Clara Valley Water District 

Geographic Information Systems 


JBAR< 


UP RA 


EKDMESTE^JDRD 


5 CKBHK 


3LVD 




RAINBOW PR 















G:\ais\nroiente\fi02201\m98 OlOVfn nmi 83 anr Date: 2/5/98 
























































































































CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: Northwest Zone 

FACILITY: San Francisquito Creek 


DESCRIPTION: This project consists of completing the plans and specifications and constructing slope protection 
on 400 feet of creek bank that is eroding and threatening Palo Alto Avenue. The project is located on San 
Francisquito Creek adjacent to Palo Alto Avenue near Tasso Street in the City of Palo Alto. 


JUSTIFICATION: The goal of this project is to provide erosion protection to prevent further degradation of the 
creek bank and to protect Palo Alto Avenue and other public infrastructure. 


OPERATION IMPACT: None 

SPONSORING GROUP: Project Development Group 


CONTACTS: David Hook 


TYPE OF PROJECT: Future project. 


REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Cost sharing: 50% City of Palo Alto, and 50% District Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

0 

0 

476 

297 

773 

Construction 


0 

0 

0 

0 

570 

570 

Total 

177 

0 

0 

0 

476 

867 

1,343 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood and Stream/Watershed Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability; to minimize the risk 
and damage from flooding; and to manage streams and watershed systems to achieve multiple objectives. 

COST CENTER: Northwest Zone 

FACILITY: Stevens Creek 


DESCRIPTION: This project consists of the design and construction for the modification of two fish ladders on 
Stevens Creek. One fish ladder is located near Heatherstone Way in the City of Sunnyvale and the other is located 
downstream of Moffett Boulevard in the City of Mountain View. 


JUSTIFICATION: The existing fish ladders do not function properly under low flow conditions and do not meet 
the requirements of the Department of Fish and Game. 


OPERATION IMPACT: None 

SPONSORING GROUP: Project Development Group 


CONTACTS: David Hook 


TYPE OF PROJECT: Continuing project 


REQUESTED FY99 
APPROPRIATION: $103,681 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning/Design 


54 


54 


Construction 


50 


50 


Total 


451 


104 


104 
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North Central Zone 



The North Central Zone is defined by geographic boundaries encompassing the tributaries and watersheds of 
the Guadalupe Slough, Sunnyvale West Outfall, Sunnyvale East Outfall, Calabazas Creek, San Tomas 
Aquino Creek, and Saratoga Creek. The geographic area includes the City of Saratoga and portions of the 
cities of Sunnyvale, Santa Clara, Campbell, Cupertino, Monte Sereno, San Jose, and the Town of Los Gatos. 


Sonia Clara Valley Waler District 











FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

S-YR TOTAL 

North Central Zone 








200403 Automated Mapping / GIS 

167 

13 

0 

0 

0 

0 

13 

200413 Stream Maintenance Program-Wetlands Mitigation 

0 

206 

0 

0 

0 

0 

206 

201011 Calabazas Creek-Homestead/Miller 

17,156 

457 

0 

0 

0 

0 

457 

201012 Calabazas Ck-Salt Marsh Mitigation 

247 

42 

45 

39 

37 

0 

163 

201013 Calabazas Ck, Laurence to Miller Reveg 

569 

1,441 

200 

200 

200 

200 

2,241 

201902 San Tomas Aquino Creek-Hwy 237 to Hwy 101 

285 

0 

0 

0 

0 

0 

0 

Requested Appropriation Totals: 

18,424 

2,160 

245 

239 

237 

200 

3,081 


Printed on: 5/21/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: North Central Zone 

FACILITY: Calabazas Creek 


DESCRIPTION: This project consists of the design and construction of a gabion lined channel, two reinforced 
box culverts at Pruneridge and Tantau Avenues, a new clear span bridge at Miller Avenue, and the establishment 
and monitoring of a 2-acre brackish marsh mitigation area along Calabazas Creek and San Tomas Creek from 
MofFet Park Drive to Highway 23 7; and revegetation of the banks of the creek from Lawrence Expwy to Miller Ave. 

JUSTIFICATION: The objective of this project is to provide flood protection from the 1% flood event and to 
provide a brackish marsh as required by the Corps of Engineers permit and the environmental impact report for the 
flood control project. 

OPERATION IMPACT: If the mitigation success criteria is met within five tears, no additional operating 
commitments will be necessary'. 


SPONSORING GROUP: Water Resources Management Group, Project Development Group 

CONTACTS: Kurt Arends; Jason Christie 

TYPE OF PROJECT: Continuing project. 

I REQUESTED FY99 
APPROPRIATION: $1,940,670 

SOURCE OF FUNDS: Revenues and COP 

PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST ({thousands): 


| Appropriation 

Prior 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

| Planning/Design 


473 

245 

239 

237 

200 

1,394 

| Construction 


1,468 

0 

0 

0 

0 

1,468 

| Total 

17,972 

1,941 

245 

239 

237 

200 

2,862 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: North Central Zone 

FACILITY: San Tomas Creek 


DESCRIPTION: This project consists of investigation of alternatives, preparation of an Engineer's Report and 
environmental documents, and the design and construction of improvements to San Tomas Aquino Creek from 
Highway 237 to Highway 101 and from Me Coy to Westmont; and to provide complete engineering assessment 
of box culvert from Monroe to Williams. 


JUSTIFICATION: The objective of this project to provide protection from the 1% flood event. 

OPERATION IMPACT: None 

SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Future project 

REQUESTED FY99 
APPROPRIATION: $0 

SOURCE OF FUNDS: 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST ({thousands): 


Appropriation 


Prior* 


FY99 


Planning/Design 


0 


Construction 


Total 


285 


FY00 

0 


0 


0 


FY01 

0 


0 


0 


FY02 

0 


0 


0 


FY03 

0 


0 


0 


Total 


0 


0 


0 
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Central Zone 


v 



The Central Zone is defined by geographic boundaries encompassing the tributaries and watersheds of the 
Guadalupe River. The major tributaries are Los Gatos Creek, Canoas Creek, Ross Creek, Guadalupe Creek, 
and Alamitos Creek. Also included in this zone are Calero, Almaden, Guadalupe, Lexington, and Vasona 
Reservoirs. The geographic area includes portions of the cities of Santa Clara, San Jose, Campbell, Monte 
Sereno, and the Town of Los Gatos. 


Santa Clara Valley Water District 







FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

($000’s) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-17? TOTAL 

Central Zone 








300403 Automated Mapping/GIS 

167 

13 

0 

0 

0 

0 

13 

300413 Stream Maintenance Program-Wetlands Mitigatio 

0 

206 

0 

0 

0 

0 

206 

301001 Alamitos Creek - Fish Ladders 

79 

0 

44 

44 

89 

0 

177 

301101 Canoas Creek-Nightingale 

190 

0 

0 

254 

254 

554 

1,062 

301503 Guadalupe River IV-I-280/SPRR 

469 

0 

0 

0 

0 

0 

0 

301504 Guadalupe River US 101-I880/BH 

7,961 

383 

0 

0 

0 

0 

383 

301505 Guadalupe R.-Corps U/S Hw 

4,977 

254 

27 

0 

0 

0 

281 

301511 Guadalupe R San Francisco Bay/1880 

2,081 

3,463 

6,690 

5,925 

814 

0 

16,892 

301512 Guadalupe River R/W-I 280/Blossom Hill 

14,391 

430 

8,761 

501 

0 

0 

9,692 

301513 Guadalupe River/Hwy 880 to Hedding 

35 

314 

73 

49 

49 

0 

485 

301514 Guad River-Hedding/Colema 

14,817 

677 

680 

560 

560 

0 

2,477 

301515 Guad River-New Julian/Coleman 

9,468 

754 

351 

225 

0 

0 

1,330 

301516 Guad-New Julian/Park 

6,352 

838 

568 

276 

326 

10 

2,018 

301517 Guadalupe River-Woz Way/Hwy 280 

3,153 

391 

568 

326 

326 

0 

1,611 

301518 Escrow Deposits - Corps of Engineers 

12,158 

0 

0 

0 

0 

0 

0 

302002 Los Gatos Ck-Erosion Cntrl & Restor at Kirk Tm 

365 

112 

0 

0 

0 

0 

112 

30C001 Guadalupe VI-WPRR/Willow Glen Way 

0 

0 

1,114 

6,384 

1,091 

0 

8,589 

30C002 Guadalupe River Reach 12 

0 

0 

1,108 

16,672 

1,677 

150 

19,607 

Requested Appropriation Totals: 

76,662 

7,836 

19,984 

31,216 

5,186 

714 

64,936 


Printed on 5/3I/S8 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood and Stream/Watershed Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability; to minimize the risk and 
damage from flooding; and to manage streams and watershed systems to achieve multiple objectives. 

COST CENTER: Central Zone 

FACILITY: Alamitos Creek 

DESCRIPTION: This project consists of the design and construction of modifications to the fish ladder on 
Alamitos Creek. 

JUSTIFICATION: The objective of this project is to provide an effective means for fish passage on existing 
structures on Alamitos Creek. The existing structures are barriers to fish mitigation and their impacts and mitigation 
are identified in the planning study for Guadalupe River from Highway 280 to Blossom Hill Road. The proposed 
fish ladders would provide mitigation for these impacts. 


OPERATION IMPACT: None 


SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project 


REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

44 

44 

14 

0 

102 

Construction 


0 

0 

0 

75 

0 

75 

Total 

79 

0 

44 

44 

89 

0 

177 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: Central Zone 

FACILITY: Canoas Creek 

DESCRIPTION: This project consists of a seven year planning study to investigate flooding, bank stability, and 
maintenance problems on 7.4 miles of Canoas Creek from Nightingale Drive to Cottle Road in the City of San Jose. 

JUSTIFICATION: The objective of this project to develop a plan that avoids a potential for over $125 million 
in flood damages, reduce maintenance costs, and provides adequate mitigation for the project impacts. 

OPERATION IMPACT: None 


SPONSORING GROUP: Project Development Group 

CONTACTS: Kurt Arends 


TYPE OF PROJECT: Future project 


REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

0 

254 

254 

.554 

1,062 

Construction 


0 

0 

0 

0 

0 

0 

% 

Total 

190 

0 

0 

254 

254 

554 

1,062 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: Central Zone 

FACILITY: Guadalupe River 


DESCRIPTION: This project consists of the planning, design, and construction of improvements to Guadalupe 
River from San Francisco Bay to Blossom Hill Road. Work includes the following: 

1. Alviso Marina to 1-880 - planning and design of channel improvement 

2. 1-880 to 1-280 - design and construction of channel improvement 

3. 1-280 to Blossom Hill Road - Planning and design 

JUSTIFICATION: The objective of this project is to provide protection from the 1% flood event while protecting 
the creek's environmental resources in an integrated manner. 


OPERATION IMPACT: None 


SPONSORING GROUP: Office of Project Management 
CONTACTS: Joe Chen 


TYPE OF PROJECT: Continuing project 


REQUESTED FY99 
APPROPRIATION: $7,504,806 


SOURCE OF FUNDS: 1. Revenues, 2. Cost sharing: 50% federal (Army Corps Engineers) and 50% District 
Revenues. Eligible for state reimbursement. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


4,813 

5,000 

3,069 

2,496 

100 

15,478 

Construction 


2,692 

14,940 

27,850 

2,347 

60 

47,889 

Total 

75,861 

7,505 

19,940 

30,919 

4,843 

160 

63,367 
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Guadalupe River 
Flood Control Project 

HWY 880 to HWY 280 
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BRIDGE EXTENSIONS 
AND REPLACEMENTS 
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Upper Guadalupe River 
Flood Control Project 

HWY 280 to Blossom Hill Road 
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Lower Guadalupe River 
Flood Control Project 

1880 to San Francisco Bay 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability. 

COST CENTER: Central Zone 
FACILITY: Los Gatos Creek 

DESCRIPTION: This project consists of restoring the bank on Los Gatos Creek near Kirk Turnout where erosion 
has occurred and implementing erosion control measures to prevent future erosion. 


JUSTIFICATION: In March 1995, a bank washout occurred in Los Gatos Creek in the immediate vicinity of Kirk 
turnout, resulting in damages in the concrete diversion structure and exposure of the telemetry cable. In addition, 
the Kirk Turnout vault became exposed and about 250 feet of the Central Pipeline has lost its cover. Under future 
heavy flows, the bank will continue to erode and may lead to failure of the Central Pipeline. 


OPERATION IMPACT: Potential loss of raw water that can be diverted to Kirk Ditch and the tributary recharge 
facilities if Kirk Turnout is not operational. 


SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $111,899 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 
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East Zone 



The East Zone is defined by geographic boundaries encompassing the tributaries of Coyote Creek. The major 
tributaries are Lower Penitencia Creek, Scott Creek, Berryessa Creek, Upper Penitencia Creek, Silver Creek, 
Thompson Creek, Fisher Creek, and Packwood Creek. In addition to these creeks, there is a hydraulic 
overflow connection between the Coyote Creek watershed and the Central Zone’s Guadalupe River 
watershed. Flooding of Coyote Creek in the downstream reaches impacts the areas in the Central Zone such 
as occurred in Alviso in 1982 and 1993. Also included in this zone are Anderson and Coyote Reservoirs. The 
geographic area includes the City of Milpitas and portions of the cities of San Jose and Morgan Hill. 


Santa Clara Valley Water Distrid 




FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO’s) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

East Zone 








400403 

Automated Mapping / GIS 

167 

13 

0 

0 

0 

0 

13 

400413 

Stream Maintenance Program-Wetlands Mitigation 

0 

206 

0 

0 

0 

0 

206 

401702 

Benyessa Creek-Calaveras/Old Piedmont 

1,875 

0 

3,391 

0 

2,020 

13,490 

18,901 

401801 

Calera Creek Berryessa/Highway 680 

0 

26 

0 

0 

0 

0 

26 

402101 

Coyote Creek 

3,355 

74 

1,285 

1,485 

1,685 

930 

5,459 

402102 

Coyote Creek-San Francisco Bay/Milpitas STP 

2,411 

89 

0 

0 

0 

0 

89 

402104 

Coyote Creek-Hwy 237 to Tasman Drive 

114 

12 

10 

0 

0 

0 

22 

402108 

Coyote Creek-San Francisco Bay/Montague Reim 

25,511 

0 

0 

0 

0 

0 

0 

402111 

Coyote Creek Bay/Montaque Mitigation 

74 

78 

48 

48 

65 

65 

304 

402114 

Coyote Ck Reach 1 Mitigation 

0 

120 

42 

50 

39 

49 

300 

402601 

Lower Silver Creek III McKee/Hwy 680 

12,477 

0 

180 

335 

1,500 

3,500 

5,515 

402603 

Lower Silver Ck R1 & 2 Coyote/McKee 

8,072 

0 

5,785 

600 

0 

0 

6,385 

402607 

Low'er Silver Creek R4-Highway 680/n Babb 

1 

0 

275 

1,195 

3,000 

500 

4,970 

402608 

Lower Silver Creek - Non-reimbursables 

648 

0 

437 

912 

3,087 

5,400 

9,836 

402609 

Lower Silver Creek-Reimbursable 

4,022 

0 

1,371 

4,031 

1,081 

771 

7,254 

403203 

Upr Penitencia Crk-Corps 

494 

462 

697 

160 

0 

0 

1,319 

404702 

Thompson Creek Fishladder 

885 

0 

0 

117 

444 

0 

561 

Requested Appropriation Totals: 

60,105 

1,080 

13,521 

8,933 

12,921 

24,705 

61,160 


Printed on: 5/21/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: East Zone 

FACILITY: Berryessa Creek 

■■"■■■-i 1 .■. :■■■■■!: ■' .T-ji , ■■ ■ :.■■■ ■■ ■■.—.. ■■ ■— ■ a . 

DESCRIPTION: This project provides funds for the District's support of the Corps of Engineers project on 4.1 
miles of Berryessa Creek from Calaveras Boulevard to Old Piedmont Road in the cities of Milpitas and San Jose. 
The project features include sediment basins, trapezoidal concrete channels, and an offset levee and berm system. 
As the local sponsor, the District will be responsible to fund acquisition of rights of way, relocation of utilities, and 
replacement or modifications of bridges. However, the local sponsor's financial obligation will be at least 25% but 
shall not exceed 50% of the total project cost. 


JUSTIFICATION: The objective of this project is to fulfill the District's role as a local sponsor of the project 
to protection for the 1% flood event. 


OPERATION IMPACT: None 


SPONSORING GROUP: Project Management Group 

CONTACTS: Joe Chen 


TYPE OF PROJECT: New project. 

REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Revenues and Reserves 
PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior 


FY99 


Planning/Design 


Construction 


Total 


1,875 


FY00 

1.391 

2,000 

3.391 


FY01 

0 


0 


0 


FY02 

1,020 

1,000 

2,020 


FY03 

4.490 
9,000 

13.490 


Total 

6.901 

12,000 

18.901 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: East Zone 

FACILITY: Calera Creek 

DESCRIPTION: This project will investigate the flooding and freeboard inadequacies on Calera Creek from 
Berryessa Creek to Highway 680. An Engineer's Report and CEQA document will be prepared and design and 
construction initiated. 


JUSTIFICATION: The goal of this project is to develop a plan and construct facilities which will contain the 1% 
flood. 


OPERATION IMPACT: None 


SPONSORING GROUP: Water Resources Group 

CONTACTS: Randy Talley 

TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $26,230 

SOURCE OF FUNDS: Cost Sharing; Revenues; City of Milpitas has agreed to contribute $25,000 to the cost of 
the project. 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST ($thousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


26 

0 

0 

0 

0 

26 

Construction 


0 

0 

0 

0 

0 

0 

Total 

0 

26 

0 

0 

0 

0 

26 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: East Zone 

FACILITY: Coyote Creek 


DESCRIPTION: This project consists of planning for, design and construction of remedial measures associated 
with flood control measures on 5,000 feet of Coyote Creek from San Francisco Bay to the Milpitas Sewage 
Treatment Plant in the cities of Milpitas and San Jose. The measures include removal of mud waves; raising the 
PG&E electric transmission towers; bridge replacement of the Alviso-Milpitas bridge; utility relocations; right of 
way acquisitions; and wildlife monitoring and compliance with other permit conditions stipulated by the Corps of 
Engineers and BCDC permits and the Federal Endangered Species Act. Cost for these improvements are shared 
on a 50-50 basis with the Corps of Engineers and are eligible for reimbursement through the State Flood Control 
Subventions Program. The project also includes a study to investigate flooding, erosion, sedimentation, and 
maintenance problems on Coyote Creek and to plan for the continued protection of environmental resources. The 
study will incorporate opportunities for flood protection ffom other actions in the watershed such as the reservoir 
study, the watershed preparatory study, water reclamation efforts, and the joint study with the City of San Jose to 
analyze alternative methods of storm water management. 

JUSTIFICATION: The objective of this project to provide protection from the 1% flood event while protecting 
the creek's environmental resources in an integrated manner. 

OPERATION IMPACT: None 

SPONSORING GROUP: Project Development Group/Water Resources Management Group 
CONTACTS: Kurt Arends/Randy Talley/Jason Christie 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $372,806 

SOURCE OF FUNDS: 1. Revenues, 2. Cost sharing: 50% federal (Army Corps Engineers) and 50% District 
Revenues. Eligible for state reimbursement. 

PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


Planning/Design 


322 


Construction 


51 


Total 


33,542 


373 


FY00 

1,385 

0 

1,385 


FY01 

1,583 

0 

1,583 


FY02 

1,789 

0 

1,789 


FY03 

1,044 

0 

1,044 


Total 

6,123 

51 

6,174 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: East Zone 

FACILITY: Lower Silver Creek 

DESCRIPTION : This project consists of the design and construction of improvements to Lower Silver Creek from 
Coyote Creek to North Babb Creek. 

JUSTIFICATION: The objective of this project is to provide protection from the 1% flood event. 


OPERATION IMPACT: None 


SPONSORING GROUP: Project Development Group 

CONTACTS: Kurt Arends 

TYPE OF PROJECT: Continuing project 


REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Revenues; in addition to the traditional local sponsor's cost, the District, through an 
agreement with NRCS, will pay 30% of the traditional federal share of the project. However, in view of the very 
limited federal funding and the flooding problems on the creek, the District will fund 100% of the federal share from 
COPsto accelerate the project schedule and pursue reimbursement from NRCS in the future. Reimbursement 
through the State Department of Water Resources Flood Control Subventions Program. 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning/Design 


1,273 


2,153 


2,063 


671 


6,160 


Construction 


6,500 


4,000 


4,800 


1,200 


16,500 


Total 


25,220 


7,773 


6,153 


6,863 


1,871 


22,660 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: East Zone 

FACILITY: Upper Penitencia Creek 

DESCRIPTION: This project consists of coordinating with the U.S. Army Corps of Engineers for the feasibility 
study of approximately 3.6 miles of Upper Penitencia Creek between Coyote Creek and Dorel Drive in the cities 
of San Jose and Milpitas. 


JUSTIFICATION: The goal of this project is to seek federal assistance for a project that will provide protection 
from the 1% flood event. 


OPERATION IMPACT: None 


SPONSORING GROUP: Water Resources Management Group 


CONTACTS: Randy Talley 


TYPE OF PROJECT: Continuing project 


REQUESTED FY99 
APPROPRIATION: $461,759 


SOURCE OF FUNDS: Cost sharing: 50% federal (Army Corps Engineers) and 50% District Revenues and 
Reserves. 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


462 

697 

160 

0 

0 

1,319 

Construction 


0 

0 

0 

0 

0 

0 

Total 

494 

462 

697 

160 

0 

0 

1,319 





















CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Flood and Stream/Watershed Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability; to minimize the risk and 
damage from flooding; and to manage streams and watershed systems to achieve multiple objectives. 

COST CENTER: East Zone 

FACILITY: Thompson Creek 

DESCRIPTION: This project consists of the design and construction of fish ladders at the existing drop structure 
on Thompson Creek at Quimby Road. 


JUSTIFICATION: This project is to provide a means for fish passage on the existing drop structure on Thompson 
Creek. The drop structure currently is a barrier to fish passage. 


OPERATION IMPACT: None 


SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Future project 


REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

0 

117 

94 

0 

211 

Construction 


0 

0 

0 

350 

0 

350 

Total 

885 

0 

0 

117 

444 

0 

561 
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South Zone 



The South Zone is defined by geographic boundaries encompassing the tributaries and watersheds of the 
Pajaro River in Santa Clara County. The major tributaries are Little Llagas Creek, Llagas Creek, the west 
branch of Llagas Creek, Uvas-Carnadero Creek, Pescadero Creek, and Pacheco Creek. The South Zone is 
comprised of mostly unincorporated areas and includes the City of Gilroy and portions of the cities of San 
Jose and Morgan Hill. 


Santa Clara Valley Water District 





FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO’s) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FYOO 

FY01 

FY02 

FY03 

5-YR TOTAL 

South Zone 








500403 Automated Mapping / GIS 

167 

13 

0 

0 

0 

0 

13 

500413 Stream Maintenance Program-Wetlands Mitigatio 

0 

206 

0 

0 

0 

0 

206 

502701 Upper Llagas Creek-Reimbursable 

8,039 

484 

0 

0 

0 

0 

484 

502703 Upper Llagas Creek-Non Reimbursable 

229 

17 

0 

0 

0 

0 

17 

502801 Lower Llagas Creek-Reimbursable 

2,916 

42 

0 

0 

0 

0 

42 

502803 Lower Llagas Ck Nonreimbursed 

936 

110 

0 

0 

0 

0 

110 

Requested Appropriation Totals: 

12,287 

873 

0 

0 

0 

0 

873 


Printed on: 3/21/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: South Zone 

FACILITY: Upper Llagas Creek 

DESCRIPTION: This project provides funds for right of way acquisitions, utility relocations, and bridge 
construction on the U.S. Natural Resources Conservation Service's (NRCS) Upper Llagas Creek project from 
Buena Vista Avenue to Wright Avenue in the City of Morgan Hill and the County of Santa Clara. 


JUSTIFICATION: The objective of this project is to fulfill the District's responsibility as a local sponsor of 
the project to provide protection from the 1% flood event. 


OPERATION IMPACT: None 


SPONSORING GROUP: Project Development Group 


CONTACTS: David Hook 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $500,807 


SOURCE OF FUNDS: Reserves. District expenses for this project are eligible for reimbursement through the 
State Department of Water Resources' Flood Control Subventions Program. 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Flood Management 

STRATEGIC OBJECTIVE: Ensure flood management system performance reliability and to minimize the 
risk and damage from flooding. 

COST CENTER: South Zone 

FACILITY: Lower Llagas Creek 

DESCRIPTION: This project provides funds for right of way acquisitions, utility relocations, and bridge 
construction on the U.S. Natural Resources Conservation Service's (NRCS) Lower Llagas Creek project from 
Pajaro River to Buena Vista Avenue in the City of Gilroy and the County of Santa Clara. 


JUSTIFICATION: The objective of this project is to fulfill the District's responsibility as a local sponsor of 
the project to protection from the 1 % flood event. 


OPERATION IMPACT: None 


SPONSORING GROUP: Project Development Group 


CONTACTS: David Hook 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $152,905 


SOURCE OF FUNDS: Reserves. District expenses for this project are eligible for reimbursement through the 
State Department of Water Resources' Flood Control Subventions Program. 


PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Stbousands): 


Appropriation 


Prior* 


FY99 


Planning/Design 


Construction 


153 


Total 


385 


153 


FY00 

0 

0 


0 


FY01 

0 


0 


0 


FY02 

0 


0 


0 


FY03 

0 


0 


0 


Total 

0 

153 

153 
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Water Enterprise Fund: 

> Source of Supply 

> Raw Water Transmission & Distribution 

> Water Treatment 

> Treated Water Transmission & Distribution 

> Administration & General 
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Source of Supply 


The Source of Supply Cost Center is the first of five cost centers which make up the Water Enterprise. The 
budget for this cost center contains all the anticipated expenditures that relate to obtaining, producing, and 
protecting a water supply; including all conservation, reclamation, and importation costs. 


Santa Clara Valley Water District 



FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO’s) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR FY99 

FY00 FY01 

FY02 

FY03 S-YR TOTAL 

Source of Supply 








910808 Geotechnical Surveillance Automation Project 

0 

98 

1,235 

100 

0 

0 

1,433 

910904 South County Recycled Water Improvement 

5 

844 

1,795 

385 

0 

0 

3,024 

912106 Pacheco PS - Restroom Facility 

33 

0 

25 

112 

23 

0 

160 

912203 Santa Clara Tunnel Landslide Repairs 

All 

225 

0 

0 

0 

0 

225 

919003 Lenihan Dam Freeboard Restoration Construction 

4,829 

0 

0 

0 

0 

0 

0 

919005 Lenihan Dam Outlet Modifications 

1,094 

243 

574 

155 

270 

270 

1,512 

91C003 Chesbro Dam and Reservoir 

0 

0 

233 

731 

0 

0 

964 

Requested Appropriation Totals: 

6,433 

1,410 

3,862 

1,483 

293 

270 

7,318 


Printed orv 5/21/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Source of Supply 
FACILITY: Geotechnical Surveillance Automation 

"g™——1 ■ i | ' ■ 1 ■ '■■■■■■ gggg=- 

DESCRIPTION: This project will determine the feasibility costs of automating geotechnical surveillance 
instrumentation data collection and data analysis at District facilities. 

JUSTIFICATION: Automating geotechnical surveillance instrumentation at District dams, reservoir, water 
treatment plants, and pipelines will increase data quality and reliability, reduce staff hours, enhance emergency 
response, and reduce the costs of regulatory compliance. 


OPERATION IMPACT: Reduce field labor cost to collect data. 


SPONSORING GROUP: Project Management Group 


CONTACTS: Nai Hsueh, Robert E. Tepel 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $98,493 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FYOO 

FY01 

FY02 

FY03 

Total 

Planning/Design 


98 

0 

0 

0 

0 

98 

Construction 


0 

1,235 

100 

0 

0 

1,335 

Total 

0 

98 

1,235 

100 

0 

0 

1,433 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Source of Supply 
FACILITY: Pacheco Pumping Station 

DESCRIPTION: This project consists of the design and construction of a prefabricated permanent restroom 
facility at the Pacheco Pumping Station. 


JUSTIFICATION: The current portable chemical toilets are unreliable. In addition, staff will be spending more 
time at performing operations and maintenance work at the facility. Therefore, from a health and safety standpoint, 
appropriate restroom facilities with adequate wash water facilities are needed. 


OPERATION IMPACT: Additional maintenance of the new facilities will be needed. 

SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning/Design 


25 


59 


23 


107 


Construction 


53 


53 


Total 


33 


25 


112 


23 


160 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 
COST CENTER: Source of Supply 
FACILITY: Santa Clara Tunnel 


DESCRIPTION: This project provides for the investigation, design, and construction of measures to repair a 
landslide that has occurred at the east portal of the Santa Clara Tunnel, San Felipe Project. The landslide has moved 
downhill onto the adjoining property owner. 


JUSTIFICATION: Repair the landslide, thereby reducing any liability for the District. 


OPERATION IMPACT: None 


SPONSORING GROUP: Water Resources Management Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $224,807 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning/Design 


85 


85 


Construction 


140 


140 


Total 


472 


225 


225 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Source of Supply 
FACILITY: Lenihan Dam & Lexington Reservoir 

DESCRIPTION: This project provides funds for immediate repairs and for developing and implementing a 
long-term solution for damage to the outlet pipe at Lenihan Dam. The project also includes the design and 
installation of revegetation. Lenihan Dam is located on Los Gatos Creek about three miles south of the town of 
Los Gatos. 

JUSTIFICATION: The District and the Division of Safety of Dams of the State of California are working together 
to perform immediate repairs, develop and implement a long-term solution to ensure the public safety and to provide 
for the continued operation of the facility. 


OPERATION IMPACT: None 


SPONSORING GROUP: Project Development Group 

CONTACTS: David Hook 

TYPE OF PROJECT: Continuing project 

REQUESTED FY99 
APPROPRIATION: $243,121 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


Planning/Design 


243 


Construction 


Total 


5,922 


243 


FYOO 

574 

0 

574 


FY01 

155 

0 

155 


FY02 

270 

0 

270 


FY03 

270 

0 

270 


Total 

1,512 

0 

1,512 


66 























RAIN BOW DR 


- J?SOSPECT pn 


BOCKNALLRD ! 


CARLTO> 


Reservo 


HULRD 


Lenihan Dam 
and 

Lexington Reservoir 


Guadalupe 

Reservoir 


1 1 

/ 

f I 

L 

i 

hi 

1 

3 

i 

_j 




\ s 

-4i 

i 

-—T 

v,J 

1 

l 

I 

rONAV ' 


LENIHAN DAM 
AND 

LEXINGTON RESERVOIR 


1% FLOODPLAIN 

GUADALUPE RIVER 
WATERSHED 


LOS GATC 


GUADALUPE RIVER 
WATERSHED 


Santo Clara Valley Water District i 

Geographic Information Systems 


^•\nic\nrr\ior*tc\fin99ni\mQH nin\fir rvrni anr Rato* 3/11 /Qft 













































































68 
























CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote the development and use recycled water, and integrated water resource 
management. 

COST CENTER: Source of Supply 

FACILITY: South County Recycled Water Improvement 

DESCRIPTION: This project is to provide pump station, steel tank reservoir, valve and fitting replacements, some 
relocation and replacement on existing South County recycled water system originally constructed in 1977. 

JUSTIFICATION: This project is to increase the reliability of the counties longterm water supplies and increases 
the use of recycled water in the South County area. 


OPERATION IMPACT: Increase power and operations costs beginning Fiscal Year 1999-00. 


SPONSORING GROUP: Project Management Group 


CONTACTS: Melanie Tucker 


TYPE OF PROJECT: New project 


REQUESTED FY99 
APPROPRIATION: $844,054 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


751 

295 

185 

0 

0 

1,231 

Construction 


93 

1,500 

200 

0 

0 

0 

Total 

5 

844 

1,795 

385 

0 

0 

3,024 
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Raw Water 

Transmission & Distribution 



The Raw Water Transmission and Distribution Cost Center is the second of five cost centers within the Water 
Enterprise. This cost center contains all expenditures relating to the distribution of raw water to the District’s 
groundwater recharge facilities and three water treatment plants. The distribution system consists of pipelines, 
canals, and percolation ponds and includes the use of creeks. 


Santa Clara Valley Water District 



FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

Raw Water Transmision & Distribution 








920413 Stream Maintenance Program-Wetlands Mitigatio 

0 

1,032 

0 

0 

0 

0 

1,032 

922502 Protection of CP at Route 87 

163 

44 

15 

14 

2 

4 

79 

923002 Almaden Valley PL Cathodic Protection 

726 

43 

0 

0 

0 

0 

43 

923702 Raw Water Control System 

1,421 

443 

0 

0 

0 

0 

443 

924002 Guadalupe River - Alamitos Fish Ladder/Screen 

436 

1,113 

55 

0 

0 

0 

1,168 

924501 Coyote Canal Diversion Dam Fish Screen 

0 

732 

80 

0 

0 

0 

812 

924601 Coyote Canal Ext. Abandonment 

529 

0 

1,025 

154 

0 

0 

1,179 

924801 Coyote Radial Gates Replacement 

487 

8 

0 

0 

0 

0 

8 

924802 Coyote Percolation Dam-Fish Ladder 

222 

960 

68 

0 

0 

0 

1,028 

924902 Evergreen Canal Abandonment 

526 

986 

57 

0 

0 

0 

1,043 

925202 Guadalupe Pipeline 

353 

7 

0 

0 

0 

0 

7 

925302 Kirk Ditch 

569 

0 

149 

104 

0 

0 

253 

926102 Upper Penitencia Fishways 

100 

224 

0 

0 

0 

0 

224 

926802 Masson Dam Fish Ladder/Screen 

0 

671 

95 

0 

0 

0 

766 

927201 Almaden Calero Canal Rehabilitation 

1,211 

0 

6,895 

425 

310 

0 

7,63Q 

927401 San Pedro Recharge Facility-Stage 1 

4,727 

10 

2 

0 

0 

0 

12 

92C001 San Pedro Recharge Facility-Stage II 

0 

0 

0 

0 

221 

1,741 

1,962 

Requested Appropriation Totals: 

11,470 

6,273 

8,441 

697 

533 

1,745 

17,689 


Printed on 5/26/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Ensure healthy, potable drinking water. 

COST CENTER: Raw Water T&D 
FACILITY: Central Pipeline 

DESCRIPTION: This project consists of the design and construction to protect the Central Pipeline at Route 87. 
CALTRANS is upgrading Guadalupe Parkway to a freeway (Highway 87). The Central Pipeline needs to be 
protected at Mission Street and Guadalupe Parkway to accommodate the freeway construction. 

JUSTIFICATION: Accommodate CALTRANS' Route 87 freeway construction while maintaining District use 
of the Central Pipeline. 

OPERATION IMPACT: Potential shutdown of the Central Pipeline. 

SPONSORING GROUP: Project Development Group 

CONTACTS: Kurt Arends 

TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $44,211 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 

PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior 

FY99 

FYOO 

FY01 

FY02 

FY03 

Total 

Planning/Design 


44 

15 

14 

2 

4 

79 

Construction 


0 

0 

0 

0 

0 

0 

Total 

163 

44 

15 

14 

2 

4 

79 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Raw Water T&D 
FACILITY: Almaden Valley Pipeline 

DESCRIPTION: This project consists of the installation of an active cathodic protection stations on the Almaden 
Valley Pipeline Unit II Phase II. 


JUSTIFICATION: The measured potential of the pipeline indicates that corrosion activity is occurring. To protect 
the pipeline from corrosion, an active cathodic protection system is needed. 


OPERATION IMPACT: Minimizes chances of pipeline failure. 
SPONSORING GROUP: Project Development Group 

CONTACTS: Richard Wentzel 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $42,670 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


Planning/Design 


43 


Construction 


Total 


726 


43 


FY00 

0 


0 


0 


FY01 

0 

0 


0 


FY02 

0 

0 


0 


FY03 

0 


0 


0 


Total 

43 

0 

43 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Raw Water T&D 
FACILITY: Raw Water Control System 

DESCRIPTION: This project consists of the continued expansion and upgrade of the raw water control system. 
Work for fiscal year 1998-99 will be to add the Uvas Dam, the Chesbro Dam facilities, the flowmeters at Los Gatos 
Creek and Alamitos to Guadalupe Pond to the central system located at the Rinconada Treatment Plant. The work 
will also include the revision of the CPP RTU configuration. 

JUSTIFICATION: To provide a central monitoring and control of all sites on the raw water transmission and 
distribution system. 

OPERATION IMPACT: Minor reduction in labor to operate the raw water and distribution system since the 
control of the system can be maned from the central controls located at the Rinconada Treatment Plant. 


SPONSORING GROUP: Project Development Group 


CONTACTS: Richard Wentzel 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $443,183 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 

PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FYOO 

FY01 

FY02 

FY03 

Total 

Planning/Design 


279 

0 

0 

0 

0 

279 

Construction 


164 

0 

0 

0 

0 

164 

Total 

1,421 

443 

0 

0 

0 

0 

443 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply and Steam/Watershed Management 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and manage streams/watershed 
system to achieve multiple objectives. 

COST CENTER: Raw Water T&D 

FACILITY: Guadalupe River—Alamitos Fish Ladder/Screen 

DESCRIPTION: This project is for the design and construction of a fish ladder and screen at the drop structure 
on Guadalupe River at the Administration building site and the Alamitos Pond. 

JUSTIFICATION: The project will provide fish passage in compliance with court order issued an August 9,1995, 
and with flashboard Memorandum of Understanding with the Department of Fish and Game Number 0228-97. 


OPERATION IMPACT: Minor additional maintenance will be required. 


SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $1,112,858 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


195 

55 

0 

0 

0 

250 

Construction 


918 

0 

0 

0 

0 

918 

Total 

436 

1,113 

55 

0 

0 

0 

1,168 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply and Steam/Watershed Management 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and manage streams/watershed 
system to achieve multiple objectives. 

COST CENTER: Raw Water T&D 

FACILITY: Coyote Canal Diversion Dam-Fish Screen 

DESCRIPTION: This project consists of the design and construction of fish screen facility located at the Coyote 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Raw Water T&D 
FACILITY: Coyote Canal 

” ■ I ■ ■ ■ ■ —— I — --■ ■ - ■ —8B— BBS— 

DESCRIPTION: This project consists of the abandonment of 6.5 miles of the Coyote Canal Extension from Blum 
Siphon to approximately 600 feet south of Metcalf Road in San Jose. 

JUSTIFICATION: The facility is no longer used for raw water distribution. 

OPERATION IMPACT: Eliminates the need to maintain the canal. 

SPONSORING GROUP: Project Development Group 

CONTACTS: Kurt Arends 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 

PROJECT INITIATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

310 

154 

0 

0 

464 

Construction 


0 

715 

0 

0 

0 

715 

Total 

529 

0 

1,025 

154 

0 

0 

1,179 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply and Steam/Watershed Management 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and manage streams/watershed 
system to achieve multiple objectives. 

COST CENTER: Raw Water T&D 

FACILITY: Coyote Recharge Facility 

DESCRIPTION: This project consists of the design and construction of a fish passage facility (fish ladder) and 
the replacement of the existing radial gates at the Coyote Recharge Facility. 


JUSTIFICATION: Allow for fish passage and potentially obtain a 1601 permit that will allow the operation of 
the dam beyond October 15 of each year. Due to corrosion, the structural integrity of the gates are severely 
compromised and they need to be replaced. 


OPERATION IMPACT: Minor additional costs to maintain the fish ladders. 

SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $967,957 


SOURCE OF FUNDS: Revenues (Coyote Percolation Dam-Fish Screen) for FY 99, Reserves (Coyote Radial 
Gates) for FY 99; Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


163 

68 

0 

0 

0 

231 

Construction 


805 

0 

0 

0 

0 

805 

Total 

709 

968 

68 

0 

0 

0 

1,036 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Raw Water T&D 
FACILITY: Evergreen Canal 

DESCRIPTION: This project consists of abandoning the Evergreen Canal from Shea Homes property to the Blum 
Siphon, approximately 4.5 miles. Project advertisement is delayed until fiscal year 1999-00 in anticipation that some 
of this work may be done by Bumb as part of his proposed property development. 


JUSTIFICATION: The facility is no longer used for raw water distribution. 


OPERATION IMPACT: Eliminates the need to maintain the canal. 


SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $986,198 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


182 

57 

0 

0 

0 

239 

Construction 


804 

0 

0 

0 

0 

804 

Total 

526 

986 

57 

0 

0 

0 

1,043 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Raw Water T&D 
FACILITY: Guadalupe Pipeline 

DESCRIPTION: This project consists of the relocation of the existing 21-inch diameter pipeline located at the 
abutment of the Blossom Hill Road bridge at Guadalupe River. This pipeline was installed as part of Route 85 
Project by the County of Santa Clara Transportation Agency. 


JUSTIFICATION: The pipeline encroaches into the existing maintenance road and makes the road unusable for 
heavy trucks. The pipeline needs to be relocated below the road grade. 

OPERATION IMPACT: The maintenance access road under Blossom Hill Road can not be used until this work 
is done. 


SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $7,123 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Raw Water T&D 
FACILITY: Kirk Ditch 

DESCRIPTION: This project consists of replacing the pipe under Curtner Avenue, installing 245 feet of 54-inch 
pipe downstream of the White Oaks Avenue blowoff, and constructing other miscellaneous repairs on Kirk Ditch. 

JUSTIFICATION: The 54-inch steel pipe under Curtner Avenue is deteriorating and may cause a shutdown of 
Curtner Avenue. 


OPERATION IMPACT: If a failure of the pipe occurs, Kirk Ditch facility will not be operational. 


SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

149 

104 

0 

0 

253 

Construction 


0 

0 

0 

0 

0 

0 

Total 

569 

0 

149 

104 

0 

0 

253 


81 






















CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply and Steam/Watershed Management 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and manage streams/watershed 
system to achieve multiple objectives. 

COST CENTER: Raw Water T&D 

FACILITY: Upper Penitencia Fishways 

DESCRIPTION: This project is for the design and construction of a fish ladder and screen at the Mabury 
Diversion Dam on the Upper Penitencia Creek. 

JUSTIFICATION: The project will provide fish passage in compliance with the Department of Fish and Game. 


OPERATION IMPACT: Minor additional maintenance will be required. 


SPONSORING GROUP: Project Development Group 


CONTACTS: KurtArends 


TYPE OF PROJECT: New project 


REQUESTED FY99 
APPROPRIATION: $224,220 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: FY99 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


69 

0 

0 

0 

0 

69 

Construction 


155 

0 

0 

0 

0 

155 

Total 

100 

224 

0 

0 

0 

0 

224 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Raw Water T&D 
FACILITY: Masson Dam 

DESCRIPTION: The project provides funds to design and construct a fish ladder and screen at Masson Dam on 
Guadalupe River. Masson Dam is used to diver water into Los Capitancillos, Alamitos, and Gualdalupe Percolation 
Facilities. 

JUSTIFICATION: The project is to provide fish passage and to prevent fish from entering into the percolation 
ponds. 

OPERATION IMPACT: Minor additional maintenance will be required. 

SPONSORING GROUP: Project Development Group 

CONTACTS: Kurt Arends 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $671,463 

SOURCE OF FUNDS: Reserves for FY 99, Bonds. 

PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


191 

95 

0 

0 

0 

286 

Construction 


480 

0 

0 

0 

0 

480 

Total 

0 

671 

95 

0 

0 

0 

766 



















CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 

COST CENTER: Raw Water T&D 
FACILITY: Almaden Calero Canal 

DESCRIPTION: This project consists of the design and construction to replace the gunite lining in the Almaden 
Calero Canal, realign the canal and raise the low spots on the maintenance road along the canal as necessary. 

JUSTIFICATION: To reduce the high cost to maintain the canal, to prevent seepage through the gunite lining of 
the canal, and to redirect surface runoff to Alamitos Creek. 

OPERATION IMPACT: Loss of water due to seepage through the lining; loss of capacity and potential 
overtopping of the canal due to landslide material and silt debris filling in the canal and surface runoff entering the 
canal. 


SPONSORING GROUP: Project Development Group 

CONTACTS: KurtArends 


TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $0 

SOURCE OF FUNDS: Reserves for FY 99, Bonds. 

PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

535 

425 

310 

0 

1,270 

Construction 


0 

6,360 

0 

0 

0 

6,360 

Total 

1,211 

0 

6,895 

425 

310 

0 

7,630 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management. 
COST CENTER: Raw Water T&D 
FACILITY: San Pedro Recharge Facility 


DESCRIPTION: This project consists of completing the landscaping on the recently constructed ponds. Stage 2 
consists of the design and construction to expand the existing recharge ponds, construction of required interior 
drainage system, and installation of landscaping. 

JUSTIFICATION: Supply an additional 5,000 to 6,000 acre-feet of recharge capacity for the Llagas Basin to meet 
the estimated future water demands in South County. 


OPERATION IMPACT: Slight increase in annual operation cost. 


SPONSORING GROUP: Project Development Group 


CONTACTS: Kurt Arends 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $9,961 


SOURCE OF FUNDS: Reserves for FY 99, Bonds. 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning/Design 


221 


200 


423 


Construction 


10 


1,541 


1,551 


Total 


4,727 


10 


221 


1,741 


1,974 
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Water Treatment 


The Water Treatment Cost Center is the third of five cost centers in the Water Enterprise. This cost center 
contains all expenditures associated with the treatment of water at the Rinconada Water Treatment Plant, 
Penitencia Water Treatment Plant, and Santa Teresa Water Treatment Plant. 


Santa Clara Valley Water District 



FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

Water Treatment 








932317 PWTP Caustic Soda System Upgrade 

134 

239 

0 

0 

0 

0 

239 

932318 PWTP Filter Underdrain 

148 

546 

70 

0 

0 

0 

616 

932319 PWTP Control Center Upgrade 

190 

119 

0 

0 

0 

0 

119 

932320 PWTP Clearwell Modifications 

223 

4,010 

813 

0 

0 

0 

4,823 

932321 PWTP-Erosion Control & Landscaping 

238 

798 

17 

0 

0 

0 

815 

932329 PWTP Washwater Recovery Ponds Relining 

0 

352 

60 

0 

0 

0 

412 

932807 STWTP Corrosion Coating 

3,428 

0 

0 

0 

0 

0 

0 

932812 Santa Teresa WTP - Roof and Gutter Repairs 

0 

38 

73 

0 

0 

0 

111 

932920 RWTP Recovery Pond Repairs 

408 

130 

265 

53 

0 

0 

448 

932927 RWTP Landing Overhang Repairs 

191 

0 

88 

55 

0 

0 

143 

934001 Water District Laboratory 

1,268 

0 

0 

0 

0 

0 

0 

934003 New Water Quality Laboratory 

547 

115 

7,900 

0 

0 

0 

8,015 

93C003 Rinconada Corrosion Protection 

0 

0 

3,350 

270 

0 

0 

3,620 

000204 Wtr Quality Reg Compliance Project 

9,835 

879 

211 

2,025 

740 

181 

4,036 

007925 Wtr Treatment D/DBP Stage I 

0 

1,116 

10,340 

1,048 

156 

0 

12,660 

007928 Wtr Treatment D/DBP-Stage II 

0 

345 

46,334 

59,532 

1,721 

589 

108,521 

Requested Appropriation Totals: 

16,610 

8,685 

69,521 

62,983 

2,617 

770 

144,576 


Printed on 5/26/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Ensure healthy, potable drinking water. 
COST CENTER: Water Treatment 
FACILITY: Penitential Water Treatment Plant 


DESCRIPTION: This project consists of the design and construction of the following improvements at the 

Penitential Treatment Plant: 

1. Install a new caustic soda tank and associated chemical feed facilities. 

2. Modify/redesign the filter bed bottom panels. 

3. Upgrade of the control system including the replacement of all turnouts programable logic controllers and host 
computer hardware and software. 

4 Installation of new piping from the finished water pipeline to the existing clearwell and modifications to the 
clearwell so that all finished water flows through the clearwell. 

5. Erosion control and landscaping surrounding the property of the plant. 

6. Design and construction to replace the asphalt liner in the washwater recovery ponds 

JUSTIFICATION: 

1. Separate the caustic soda from the alum facilities, provide secondary containment of the caustic tank, and 
upgrade the caustic tank to meet current seismic safety standards. 

2. The existing filter bed panels are made of plastic and have been deteriorating for a number of years and need to 
be replaced. Post tension tendons in the interior of the basins are needed to mitigate and basin failures that could 
occur to the continued movement of the landslide. 

3. The existing control system is old and outdated and needs to be replaced with a system similar to the updated 
systems at the other treatment plans. 

4. The modifications are required to meet existing and future disinfection regulations. 

5. Comply with storm water pollution prevention measures and improve the aesthetics of the property. 

6. To restore full function of the washwater recovery pond, minimize potential exposure to wetting adjacent 
landslide area and to minimize percolation of washwater. 

OPERATION IMPACT: Potential shutdown of various treatment processes and facilities during construction. 

SPONSORING GROUP: Office Project Management (Items 1,2, & 4); Project Development Group (Items 3, 5 

& 6 ) 

CONTACTS: Grant Bennett, David Hook 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 

APPROPRIATION: $6,063,464 

SOURCE OF FUNDS: 50% Revenues, 50% Bonds 


PROJECT IMPLEMENTATION DATE: 
PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


1,819 

620 

0 

0 

0 

2,439 

Construction 


4,244 

340 

0 

0 

0 

4,584 

Total 

933 

6,063 

960 

0 

0 

0 

7,023 


CR0327* 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Ensure healthy, potable drinking water. 

COST CENTER: Water Treatment 
FACILITY: Santa Teresa Water Treatment Plant 

DESCRIPTION: This project provides for the repairs to the roofs on the operation and generator-blower 
building. Thermal expansion has caused the stainless steel gutters to fail. Water leaking into the building has 
caused damage to the building and equipment. 

JUSTIFICATION: Protect and minimize building and equipment damage and repair cost. 

OPERATION IMPACT: None 

SPONSORING GROUP: Project Development Group 

CONTACTS: David Hook 


TYPE OF PROJECT: New project. 

REQUESTED FY99 
APPROPRIATION: $37,678 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: FY 99 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior 


FY99 


FYOO 


FY01 


FY02 


FY03 


Total 


Planning/Design 


33 


73 


106 


Construction 


Total 


3,428 


38 


73 


111 


CR0327a 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Ensure healthy, potable drinking water. 

COST CENTER: Water Treatment 
FACILITY: Rinconada Water Treatment Plant 


DESCRIPTION: This project consists of the design and construction of the following improvements at the 
Rinconada Treatment Plant: 

1. Replace the asphalt liner in the wash water recovery ponds. 

2. General maintenance of building facilities. 

3. Provide for the District’s present and future laboratory needs. 

4. Provide cathodic protection and coatings. 

JUSTIFICATION: 

1. Seepage occurs through the liner. The liner has deteriorated after eight years of use and needs to be 
replaced. 

2. Routine maintenance. 

3. To expand present laboratory and purchase lab equipment to meet the District’s drinking water monitoring 
requirements. 

4. Prepare the floculators for a process change to ferrichloride coagulation. 

OPERATION IMPACT: 

1. The recovery ponds would have to be shut down one at a time during construction, 

2. None 

3. Increase in annual operation and maintenance 

4. RWTP will need one floculators and two filters to be out of service for three months at a time. 

SPONSORING GROUP: Project Development Group (Item 1, & 2); & Water Resources Management Group 
(Items 3). 

CONTACTS: David Hook (Item 1,& 2); Keith Whitman (Items 3); & Richard Wentzel (Item 4) 

TYPE OF PROJECT: Continuing (Item 1,2,&3) and new (Item 4) project. 

REQUESTED FY99 
APPROPRIATION: $129,673 

SOURCE OF FUNDS: 20% Revenues, 80% Bonds 


PROJECT IMPLEMENTATION DATE: 
PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


79 

553 

378 

0 

0 

1,010 

Construction 


51 

3,150 

0 

0 

0 

3,201 

Total 

599 

130 

3,703 

378 

0 

0 

4,211 


CR0327i 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Ensure healthy, potable drinking water. 
COST CENTER: Water Treatment 
FACILITY: New Water Quality Lab 


DESCRIPTION: Phase I of this project will produce a planning study to evaluate the role, size, and location of 
the new water quality lab. Phase IA of the project will include an evaluation of the existing Laboratory Information 
Management System. Phase III and IV will include detailed design and construction of the new lab which will 
provide cost effective analytical services routinely provided y the District and will provide emergency services to 
the District's retail customers upon request. 


JUSTIFICATION: Ensure that the District can reliably and cost effectively protect the quality of it's ground and 
surface water supplies and the quality of the treated water delivered to our customers. 


OPERATION IMPACT: May require additional maintenance for a new building. 


SPONSORING GROUP: Office of Project Management 


CONTACTS: James Ferguson 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $115,120 


SOURCE OF FUNDS: Bonds 

PROJECT IMPLEMENTATION DATE: 
PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning/Design 


115 


115 


Construction 


7,900 


7,900 


Total 


547 


115 


7,900 


8,015 


CR0327* 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Ensure healthy, potable drinking water. 

COST CENTER: Water Treatment 

FACILITY: Treatment Plants General: Water Quality Regulation Compliance Project 


DESCRIPTION: This project is to examine alternative means of improving disinfection and reducing controlling 
the formation of disinfection by-products at the District’s three treatment plants. The project also includes the 
maintenance and modifications to the cationic polymer system and soda storage facilities at RWTP and STWTP, 
modification of the chemical storage bays and construction of a warehouse at the RWTP. 

JUSTIFICATION: Compliance with the forthcoming water quality regulations proposed by the Environmental 
Protection Agency. 


OPERATION IMPACT: 


SPONSORING GROUP: Office of Project Management 


CONTACTS: G. Thomas Dean 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $878,688 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FYOO 


FY01 


FY02 


FY03 


Total 


Planning/Design 


879 


211 


808 


740 


181 


2,819 


Construction 


1,217 


1,217 


Total 


9,835 


879 


211 


2,025 


740 


181 


4,036 


CR0327. 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Ensure healthy, potable drinking water. 

COST CENTER: Water Treatment 

FACILITY: Treatment Plants General: Disinfectant/Disinfection By-Products Rules, Stage I & II 

■ t ■ B— i . ■■■- ■ t —e .b " t ■* '■. 1 . = 

DESCRIPTION: Stage I improvements include new chemical feed systems such as ferric chloride, powdered 
activated carbon, potassium permanganate, and chorine system modifications at the three treatment plants. Stage 
I also includes corrosion protection and sedimentation basin modifications at the PWTP. It is anticipated that 
the Stage II improvements will include settled water ozone facilities at the three treatment plants. Stage II will 
also provides for the design and construction of the modifications to increase the RWTP capacity to meet long 
term water demands. 


JUSTIFICATION: Comply with the Stage I &II and the Enhanced Surface Water Treatment Rule as 
mandated by the Environmental Protection Agency. 


OPERATION IMPACT: Significant increase in the operations and maintenance costs at the treatment plants. 


SPONSORING GROUP: Project Management Group 

CONTACTS: G. Thomas Dean 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $1,462,348 

SOURCE OF FUNDS: 50% Revenues, 50% Bonds 

PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Pianning/Design 


1,462 

7,892 

2,880 

1,877 

589 

14,700 

Construction 


0 

48,782 

57,700 

0 

0 

106,482 

Total 

0 

1,462 

56,674 

60,580 

1,877 

589 

121,182 


CR0327* 
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Treated Water 
Transmission & Distribution 


The Treated Water Transmission and Distribution Cost Center is the fourth of five cost centers within the 
Water Enterprise. This cost center contains all expenditures relating to the distribution of treated water to 
water utilities and includes costs associated with the treated water reservoirs, pumping plants, pipelines, and 
turnouts. 


Santa Clara Valley Water District 



FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 

FY02 

FY03 

5-YR TOTAL 

Treated Water Transmision & Distribution 








940803 Treated Wtr T&D Inst Upgr 

827 

169 

92 

0 

0 

0 

261 

941701 San Tomas Injection Well 

2,861 

115 

0 

0 

0 

0 

115 

941901 SCVWD/San Francisco Wtr. Dept. Intertie 

663 

28 

46 

23 

0 

0 

97 

943302 Milpitas Pipeline Relocation 

152 

1,039 

1,039 

0 

0 

0 

2,078 

943403 Parallel East PL Stage 2 

153 

0 

0 

0 

40 

0 

40 

945002 Rinconada Reservoir Roof Rehabilitation 

8,795 

0 

0 

920 

0 

0 

920 

948402 Snell PL Cathodic Protection 

509 

64 

0 

0 

0 

0 

64 

94C001 Parallel West Pipeline 

0 

0 

359 

410 

756 

2,176 

3,701 

Requested Appropriation Totals: 

13,960 

1,414 

1,536 

1,353 

796 

2,176 

7,275 


Printed on. 5/21/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and ensure healthy, potable 
drinking water. 

COST CENTER: Treated Water Transmission and Distribution 
FACILITY: Treated Water T&D Control System 

DESCRIPTION: This project consists of the replacement of instruments, controls, and equipment on the treated 
water pipeline control system. 

JUSTIFICATION: Aging instruments, controls, and equipment need to be replaced to ensure the safe, reliable, 
and efficient operation of the treated water pipeline facilities on a real-time basis. 


OPERATION IMPACT: Improves the operating capabilities of the treated water delivery systems. 


SPONSORING GROUP: Project Development Group 


CONTACTS: Richard Wentzel 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $168,604 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


169 

92 

0 

0 

0 

261 

Construction 


0 

0 

0 

0 

0 

0 

Total 

827 

169 

92 

0 

0 

0 

261 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and ensure healthy, potable 
drinking water. 

COST CENTER: Treated Water Transmission and Distribution 
FACILITY: San Tomas Injection Wells 

DESCRIPTION: This project consists of completing Phase III, design and construct a full scale injection well 
facility near San Tomas Expressway and Rincon Avenue. This work is being performed based on a cooperative 
agreement between the Santa Clara County Traffic Authority (Authority) and the District in 1993-94. The facility 
consists of 1,000 feet of pipeline, two injection wells, and appurtenances. 


JUSTIFICATION: Due to the construction of Highway 85, the Authority is require to mitigate for the District's 
resulting loss of 660 acre-feet of annual recharge capacity in West San Jose. 


OPERATION IMPACT: Slight increase in the annual operation and maintenance costs. 


SPONSORING GROUP: Project Development Group 


CONTACTS: David Hook 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $115,228 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 
PROJECT SCHEDULE COST ({thousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


38 

0 

0 

0 

0 

38 

Construction 


77 

0 

0 

0 

0 

77 

Total 

2,861 

115 

0 

0 

0 

0 

115 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and ensure healthy, potable 
drinking water. 

COST CENTER: Treated Water Transmission and Distribution 
FACILITY: SCVWD/San Francisco Water Department Intertie 

- ■■ . ■ - .- ,.j ... . . - ■ ■ ■ - ■ — 1 ■■ - 

DESCRIPTION: This project consists of supporting and reviewing the San Francisco Water Department's 
(SFWD)detailed design, and construction documents for the proposed intertie. The intertie will connect the terminus 
of the District's Milpitas Pipeline to SFWD's Bat Division Pipelines Nos. 3 and 4 and will include a pump station, 
approximately 800 feet of 42-inch pipeline, valves, and other appurtenances. Since the District has spent funds to 
upsize the Milpitas Pipeline to accommodate use of the intertie, SFWD has expressed a willingness to spend an 
equivalent amount for conceptual design, design and construction. The remaining construction costs, if any, would 
be equally shared by each agency (subject to a future cost-sharing agreement). 


JUSTIFICATION: To provide a connection between the District and SFWD water supply systems to enable the 
exchange of potable water between the two agencies in the event of a major facility failure or other outage in either 
system. 


OPERATION IMPACT: Provides for an additional source of water during an emergency. Minor increase in the 
annual maintenance costs of the pipeline. 


SPONSORING GROUP: Project Development Group 

CONTACTS: David Hook 

TYPE OF PROJECT: Continuing project 

REQUESTED FY99 
APPROPRIATION: $27,977 

SOURCE OF FUNDS: Revenues 

PROJECT IMPLEMENTATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


28 

46 

23 

0 

0 

97 

Construction 


0 

0 

0 

0 

0 

0 

Total 

663 

28 

46 

23 

0 

0 

97 


100 


















CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and ensure healthy, potable 
drinking water. 

COST CENTER: Treated Water Transmission and Distribution 
FACILITY: Milpitas Pipeline 


DESCRIPTION: This project consists of preparing a cost sharing agreement between the District and the Santa 
Clara Transportation Authority (SCCTA), and the design and construction to relocate a portion of the District's 
Milpitas Pipeline to accommodate the SCCTA's Tasman Corridor East Light Rail System. The relocation will 
include 1300 feet of 42-inch pipe located on Capital Avenue just west of 1-680. 


JUSTIFICATION: To relocate 1,300 feet of the Milpitas Pipeline prior to construction of the SCCTA's Tasman 
Corridor East Light Rail System and provide unobstructed access for maintenance of the pipeline. 

OPERATION IMPACT: Intermittent shutdown of the Milpitas Pipeline during construction. 

SPONSORING GROUP: Project Development Group 


CONTACTS: David Hook 


TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $1,038,755 

SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 
PROJECT SCHEDULE COST ({thousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning/Design 


170 


88 


258 


Construction 


869 


869 


Total 


152 


1,039 


88 


1,127 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and ensure healthy, potable 
drinking water. 

COST CENTER: Treated Water Transmission and Distribution 
FACILITY: Parallel East Pipeline 

DESCRIPTION: This project is to design and construct a treated water pipeline in White Road from Ocala 
Avenue to Alum Rock Avenue and parallel to the existing East Pipeline. 

JUSTIFICATION: Improvement are necessary to deliver future treated water to District customers. 

OPERATION IMPACT: Minor increase in the maintenance costs of the pipeline. Intermittent shutdown of the 
pipeline during construction. 

SPONSORING GROUP: Project Development Group 

CONTACTS: David Hook 


TYPE OF PROJECT: Continuing project 


REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Bonds 


PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and ensure healthy, potable 
drinking water. 

COST CENTER: Treated Water Transmission and Distribution 
FACILITY: Rinconada Reservoir 

DESCRIPTION: This project consists of rehabilitation and leak repairs to the roof deck of the Rinconada 
Reservoir. In addition, the reservoir roof structure will be retrofitted to comply with current seismic design criteria. 
The Rinconada Reservoir stores treated water and is located south of the Rinconada Treatment Plant. 


JUSTIFICATION: Provide water tight protection of the treated water stored in the reservoir and to strengthen 
the roof structure to resist the loads from a significant earthquake. 


OPERATION IMPACT: Reservoir may be out of service during construction. 


SPONSORING GROUP: Project Development Group 


CONTACTS: David Hook 


TYPE OF PROJECT: Continuing project 


REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Stbousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

83 

120 

0 

0 

203 

Construction 


0 

0 

800 

0 

0 

800 

Total 

8,795 

0 

83 

920 

0 

0 

1,003 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and ensure healthy, potable 
drinking water. 

COST CENTER: Treated Water Transmission and Distribution 
FACILITY: Snell Pipeline 

DESCRIPTION: This project consists of the design and construction of an active cathodic protection system on 
the Snell Pipeline, Phase II and a section of the Milpitas Pipeline. 

JUSTIFICATION: The measured potential of the pipeline indicates that corrosion activity may be occurring. To 
protect the pipeline from external corrosion, an active cathodic protection system is needed. 

OPERATION IMPACT: None 

SPONSORING GROUP: Project Development Group 

CONTACTS: Richard Wentzel 


TYPE OF PROJECT: Continuing project 

REQUESTED FY99 
APPROPRIATION: $63,545 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FYOO 


FY01 


FY02 


FY03 


Total 


Planning/Design 


64 


64 


Construction 


Total 


509 


64 


64 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Water Supply 

STRATEGIC OBJECTIVE: Promote integrated water resource management; and ensure healthy, potable 
drinking water. 

COST CENTER: Treated Water Transmission and Distribution 
FACILITY: Parallel West Pipeline 

DESCRIPTION: This project consists of the planning, design, and construction of a 42-inch treated water pipeline 
in west San Jose from Rainbow Drive to Stevens Creek Boulevard and a 36-inch treated water pipeline from Stevens 
Creek Boulevard to Mann Avenue. 


JUSTIFICATION: To supplement treated water deliveries to the District's retailers to fulfill future demands to 
the year 2020. 


OPERATION IMPACT: Minor shutdown of the existing pipeline during construction. Slight increase in the 
annual operation and maintenance costs of the pipeline. 

SPONSORING GROUP: Project Development Group 


CONTACTS: David Hook 

TYPE OF PROJECT: Future project 

REQUESTED FY99 
APPROPRIATION: $0 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 
PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning/Design 


359 


410 


395 


659 


1,823 


Construction 


361 


1,517 


1,878 


Total 


359 


410 


756 


2,176 


3,701 
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Administration 
& General 


The Administration and General Cost Center is the fifth and final cost center in the Water Enterprise. It 
contains all expenditures of an administrative nature which can not be properly assigned to one of the other 
four cost centers. Work performed in this cost center covers items such as the collection of groundwater 
charges, financial and cash flow studies, annual reports, and general water management planning. 


Santa Ctara Valley Water District 



FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 

FISCAL YEAR 1998-1999 

(SOOO's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 FY00 FY01 

FY02 FY03 S-YR TOTAL 

Administration & General 




950403 Automated Mapping / GIS 

167 

64 0 0 

0 0 64 

Requested Appropriation Totals: 

167 

64 0 0 

0 0 64 


Printed on 5/21/98 


107 







504 


District General Fund 


Santa Clara Volley Wafer Dislrid 

i 




District 
General Fund 


FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

($000's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 

FY00 

FY01 FY02 FY03 

5-YR TOTAL 

District General Fund 








601007 District Radio System Replacement 

0 

318 

650 

460 

0 

0 

1,428 

602008 District Corporation Yard Consolidation 

3,352 

84 

1,002 

1,840 

0 

0 

2,926 

602015 Headquarters Consolidation 

20,536 

1,735 

0 

0 

0 

0 

1,735 

602016 Almaden Site Modifications 

2,999 

436 

0 

0 

0 

0 

436 

602017 Almaden Campus Single Primary' Elect Power Ser 

407 

134 

0 

0 

0 

0 

134 

602018 Admin. Bldg. Modification 

20 

168 

117 

0 

0 

0 

285 

602019 Maintenance Office Bldg. Modifications 

141 

152 

0 

0 

0 

0 

152 

602020 Crest Building Modification 

0 

38 

0 

0 

0 

0 

38 

602022 District Security Improvements 

0 

254 

35 

0 

0 

0 

289 

602101 Doc Mgmt Systems 

2,698 

331 

825 

925 

0 

0 

2,081 

60C002 Crest Building Roof Replacement 

0 

0 

236 

63 

0 

0 

299 

Requested Appropriation Totals: 

30,153 

3,650 

2,865 

3,288 

0 

0 

9,803 


Printed on: 5/21/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Pursue work strategies that promote innovation and reduce overhead and other 
costs. 

COST CENTER: District Fund 
FACILITY: District Maintenance Headquarters 

DESCRIPTION: This project involves a feasibility study to evaluate the replacement of the frequency 27 radio 
system equipment and addition of a second tactical channel. 

JUSTIFICATION: The original system was designed for 35 watt radios. Five (5) watt portable have been 
acquired for which the system was not designed. The quality of the current system has been an issue with users for 
several years. 

OPERATION IMPACT: None. 


SPONSORING GROUP: Operations and Maintenance Group 

CONTACTS: Will Hutchinson 


TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $318,266 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior 

FY99 

FYOO 

FY01 

FY02 

FY03 

Total 

Planning /Design 


318 

0 

0 

0 

0 

318 

Construction 


0 

650 

460 

0 

0 

1,110 

Total 

0 

318 

650 

460 

0 

0 

1,428 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Pursue work strategies that promote innovation, reduce overhead & other costs. 

COST CENTER: District Fund 

FACILITY: District Headquarters and Facilities 


DESCRIPTION: This project consists of the following proposed improvements related to the District's 
headquarters building and the surrounding facilities: 

1. Construction of a new headquarters building including revegetation work as decried in the project's negative 
declaration. 

2. Design, procurement, and installation of three power transformers, metering switchgear, interconnecting cabling, 
cabling and conduit at the Almaden Campus site. 

3. Design and construction of modifications to the District's existing Administration Building after the new 
Headquarters Building is constructed. Modifications include relocating the District's Operations Center from the 
Rinconada Treatment Plant. 

4. Modifications to the surrounding maintenance corporation yard facilities to evaluate and take action to provide 
a safer and more efficient operation, and to comply with existing code/regulations. This includes modifications 
to the existing Maintenance Office Building. 

5. Plan and implement a campus wide communications plan, security, and customer service areas of the new 
Headquarters Building and a campus public information program. 

6. Design and construct modifications to the Crest Building in order to meet District space needs. 

JUSTIFICATION: To meet the long term space needs of the District while creating a more efficient District 
operation by consolidating District staff and functions at the Almaden site. 

OPERATION IMPACT: Reduce/eliminate the annual cost of renting/leasing office space for staff; consolidate 
staff at one location. 

SPONSORING GROUP: Project Management Group 
CONTACTS: Robert Kenton 

TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $2,746,602 

SOURCE OF FUNDS: Revenues 

PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior 

FY99 

FYOO 

FY01 

FY02 

FY03 

Total 

Planning/Design 


84 

316 

440 

0 

0 

840 

Construction 


2,663 

803 

1,400 

0 

0 

4,866 

Total 

27,455 

2,747 

1,119 

1,840 

0 

0 

5,706 
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District Headquarters 

LOCATION 


LOCATION 


Santa Clara Valley Water District 
5750 Almaden Expwy 
San Jose, CA 95118 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Upgrade and maintain management, information and financial technology 
systems; and pursue work strategies that promote innovation and reduce overhead and other costs. 

COST CENTER: District Fund 

FACILITY: Documents Management System 

DESCRIPTION: This project provides for the development, implementation, operation, and maintenance of a 
district-wide document management system. 


JUSTIFICATION: 

1. Provide a consistent method to identify, save, and retrieve project documents. 

2. Ensure the capture, preservation, and management of vital and historical documents and supporting data used 
in starting new projects. 

3. Ensure timely disposition of project documents and data according to approved retention policies. 

4. Provide version control of both project documents and drawings. 

5. Provide timely access to the latest version of selected project documents or drawings to authorized users. 

6. Reduce cost and risk of paper documentation. 

7. Make information available to all relevant District employees to facilitate project planning and implementation. 


OPERATION IMPACT: After the pilot program is completed, an evaluation of the costs/benefits will be will 
be included in the final report. 


SPONSORING GROUP: Project Management Group 
CONTACTS: Marilyn Fleischman 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $330,669 

SOURCE OF FUNDS: Revenues 

PROJECT IMPLEMENTATION DATE: 

PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


331 

356 

456 

0 

0 

1,143 

Construction 


0 

469 

469 

0 

0 

938 

Total 

2,698 

331 

825 

925 

0 

0 

2,081 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Pursue work strategies that promote innovation and reduce overhead and other 
costs. 

COST CENTER: District Fund 
FACILITY: District Security Improvements 

DESCRIPTION: This project provides for the implementation of security measures to the treatment plants, 
Almaden Campus, Blossom Hill Annex, and the Winfield warehouse as identified in the “Risk Analyses Report” 
prepared by District’s Consultant. 

JUSTIFICATION: The project will provide for safe work environment for district employees and the public who 
will visit various district facilities. 

OPERATION IMPACT: None. 

SPONSORING GROUP: Business Resources Group 

CONTACTS: Ken Alameida 


TYPE OF PROJECT: New project. 


REQUESTED FY99 
APPROPRIATION: $254,284 


SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior 


FY99 


FYOO 


FY01 


FY02 


FY03 


Total 


Planning/Design 


33 


33 


Construction 


254 


256 


Total 


254 


35 


289 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Pursue work strategies that promote innovation and reduce overhead and other 
costs. 

COST CENTER: District Fund 
FACILITY: Crest Building Roof Replacement 

DESCRIPTION: This project provides for design and construction to replace the roof on the Crest Building. 

JUSTIFICATION: The project will minimize repairs, maintenance cost, and protect other building components 
from damage associated with leaks. 

OPERATION IMPACT: None. 

SPONSORING GROUP: Project Development Group 

CONTACTS: Kurt Arends 


TYPE OF PROJECT: New project. 


REQUESTED FY99 
APPROPRIATION: $0 

SOURCE OF FUNDS: Revenues 


PROJECT IMPLEMENTATION DATE: 
PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior 


FY99 


Planning/Design 


Construction 


Total 


FY00 

86 

150 

236 


FY01 

63 

0 

63 


FY02 

0 


0 


0 


FY03 

0 


0 


0 


Total 

149 

0 

299 
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Service Funds 


Santa Clara Valley Wafer District 



Service Funds 


FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

(SOOO's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 FY00 FY01 FY02 FY03 S-YR TOTAL 

Equipment Service Fund 








700001 New Capital Acquisitions 

220 

455 

500 

500 

500 

500 

2,455 

700002 Replacement - Capital Acquisitions 

2,072 

1,163 

600 

600 

600 

600 

3,563 

750001 Office Computer New Equipment 

0 

298 

250 

250 

250 

250 

. 1,298 

750002 Office Computer Replacement Equipment 

0 

189 

150 

150 

150 

150 

789 

Requested Appropriation Totals: 

2,292 

2,105 

1,500 

1,500 

1,500 

1,500 

8,105 


Punted on 3/21/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Establish and support performance standards. 

COST CENTER: Service Fund 
FACILITY: New Capital Acquisitions 

DESCRIPTION: This project provides for the addition to the District fleet new vehicles and new equipment 
including upgrades. 

JUSTIFICATION: To provide for additional or upgraded pieces of equipment to the District's fleet to meet 
changing demands. 

OPERATION IMPACT: Failure to provide additional or upgraded equipment will impede the District's ability 
to ensure field productivity. 

SPONSORING GROUP: Operations and Maintenance Group 

CONTACTS: Ron Jacobs 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $455,125 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


0 

0 

0 

0 

0 

0 

Construction 


455 

500 

500 

500 

500 

2,455 

Total 

220 

455 

500 

500 

500 

500 

2,455 


116 



























CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Establish and support performance standards. 

COST CENTER: Service Fund 
FACILITY: Replacement-Capital Acquisitions 

DESCRIPTION: This project provides for the replacement of existing vehicles and equipment that exceeds the 
replacement criteria established to maximize the useful life of the District's fleet. 

JUSTIFICATION: Provide the most cost-effective means of fleet management. 

OPERATION IMPACT: Failure to replace equipment will result in safety reliability and operational problems 
as inappropriate equipment is used to perform District tasks. 

SPONSORING GROUP: Operations and Maintenance Group 

CONTACTS: Ron Jacobs 


TYPE OF PROJECT: Continuing project. 

REQUESTED FY99 
APPROPRIATION: $1,162,700 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning /Design 


Construction 


1,163 


600 


600 


600 


600 


3,563 


Total 


2,072 


1,163 


600 


600 


600 


600 


3,563 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Establish and support performance standards. 

COST CENTER: Service Fund 
FACILITY: Office Computers New Equipment 

DESCRIPTION: This project provides the funds to purchase office computers, computer equipment, and software 
for new positions or newly defined requirements for existing positions. 

JUSTIFICATION: Provide adequate computing tools for the employees to perform their functions in meeting the 
District’s mission and goals. 

OPERATION IMPACT: Failure to provide equipment will result in lower productivity as inappropriate 
equipment may be used to perform District tasks. 

SPONSORING GROUP: Business Resources Group 

CONTACTS: Bill Knoff 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $297,850 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning /Design 


0 

0 

0 

0 

0 

0 

Construction 


298 

250 

250 

250 

250 

1,298 

Total 

0 

298 

250 

250 

250 

250 

1,298 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Establish and support performance standards. 

COST CENTER: Service Fund 

FACILITY: Office Computers Replace Equipment 


DESCRIPTION: This project provides the funds to purchase office computers, computer equipment, and software 
for replacement and upgrades to outdated equipment and software. 

JUSTIFICATION: Provide adequate computing tools for the employees to perform their functions in meeting the 
District’s mission and goals. 


OPERATION IMPACT: Fai lure to replace equipment wil I result in lower productivity as inappropriate equipment 
may be used to perform District tasks. 


SPONSORING GROUP: Business Resources Group 


CONTACTS: Bill Knoff 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $189,200 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 


Prior* 


FY99 


FY00 


FY01 


FY02 


FY03 


Total 


Planning /Design 


Construction 


189 


150 


150 


150 


150 


789 


Total 


189 


150 


150 


150 


150 


789 
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Supplemental Schedules 








Santa Clara Volley Woler District 



uj^j^i^iiu.iuai 

Schedules 



FIVE YEAR CAPITAL IMPROVEMENT PROGRAM 
REQUESTED APPROPRIATIONS 
FISCAL YEAR 1998-1999 

($000's) 


CAPITAL IMPROVEMENT PROJECT 

PRIOR 

FY99 FY00 

FY01 

FY02 

FY03 5-YR TOTAL 

Supplemental Schedules 








000403 Automated Mapping/GIS 

1,671 

129 

0 

0 

0 

0 

129 

000413 Stream Maintenance Program Wetlands Mitigation 

0 

2,064 

0 

0 

0 

0 

2,064 

Requested Appropriation Totals: 

1,671 

2,193 

0 

0 

0 

0 

2,193 


Punted on: V31/98 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 


PRIORITY ISSUE: Work Environment 

STRATEGIC OBJECTIVE: Upgrade and maintain management, information and financial technology systems; 
and pursue work strategies that promote innovation and reduce overhead and other costs. 

COST CENTER: Supplemental Schedule 

FACILITY: Automated Mapping/GIS 

DESCRIPTION: This project provides for the continued implementation and operations of the District’s major 
GIS system. 


JUSTIFICATION: Complete GIS implementation plan and to continue implementation of the major GIS system 
that will be able to operate and make use of the new countywide cadastral base map of the Santa Clara County. 


OPERATION IMPACT: The project will continue as an operating, and will require an annual replacement fund 
on about a 5-year cycle to accommodate obsolescence of hardware and software. 


SPONSORING GROUP: Project Management Group 


CONTACTS: Keith Whitman/Marilyn Fleischman 


TYPE OF PROJECT: Continuing project. 


REQUESTED FY99 
APPROPRIATION: $128,950 


SOURCE OF FUNDS: Revenues 


PROJECT INITIATION DATE: 


PROJECT SCHEDULE COST (Sthousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


129 

0 

0 

0 

0 

129 

Construction 


0 

0 

0 

0 

0 

0 

Total 

1,671 

129 

0 

0 

0 

0 

1,800 
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CAPITAL IMPROVEMENT PLAN 
PROJECT SUMMARY 

PRIORITY ISSUE: Stream/Watershed Management 

STRATEGIC OBJECTIVE: Manage riparian corridors to facilitate movement from mitigation toward 
enhancement or restoration. 

COST CENTER: Supplemental Schedule 

FACILITY: Stream Maintenance Program Wetlands Mitigation 

- - a — 1 I—E—1— ■ 8 1 3 ■ - ---■■■-■ _■ ■ ■ ' I — - I ■■ ■ ■ —— -—-a— 

DESCRIPTION: This project complies wit the permit requirements for the Urgent Sedimental Removal Work, 
supports the acquisition of the planned 1998 and 10 year sediment removal work as part of the Maintenance 
Program Regulatory Project. This project involves the selection of suitable freshwater mitigation sites, the 
acquisition of mitigation land for tidal (Cargill Pond A-8) and freshwater mitigation, and the design and installation 
of the mitigation projects. 


JUSTIFICATION: Satisfy the Corps of Engineers permit conditions and to comply with the California 
Environmental Quality Act by mitigating impacts to tidal and nontidal wetland habitats. 


OPERATION IMPACT: 


SPONSORING GROUP: Water Resources Management Group 


CONTACTS: Jason Christie 


TYPE OF PROJECT: New project. 


REQUESTED FY99 
APPROPRIATION: $2,063,752 


SOURCE OF FUNDS: Revenues 
PROJECT INITIATION DATE: FY99 
PROJECT SCHEDULE COST ({thousands): 


Appropriation 

Prior* 

FY99 

FY00 

FY01 

FY02 

FY03 

Total 

Planning/Design 


2,064 

0 

0 

0 

0 

2,064 

Construction 


0 

0 

0 

0 

0 

0 

Total 

0 

2,064 

0 

0 

0 

0 

2,064 
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Santa Clara Valley Water District 



Glossary or rerms 




GLOSSARY OF TERMS 


Allocated Projects 

Appropriation 

Bonds 

Capital Project 

Carryover Funds 

CEP 

COPs 

Cost Center 

Enterprise Fund 

Facility 

Fiscal Year 

Group 


Allocated projects are those projects which benefit more than one 
cost center. The amounts budgeted to Allocated Projects are 
distributed to other cost centers based on an approved allocation 
formula which matches costs to benefits realized. 

A legal authorization granted by the Santa Clara County Board of 
Supervisors which allows the District to expend cash and incur 
obligations for specific purposes. 

Bonds are a long-term source of debt that provide a source of 
borrowed monies that can be used to pay for specific capital facilities. 

Capital work done in a specific location for a specific purpose which 
will be accomplished within a specified period. 

Funds that are unspent that are carried forward to the next fiscal year 

Capital Improvement Plan. 

Certificates of Participation - A security in the general form of a bonds 
which evidences a proportionate participation in a flow of lease or 
other payments between two parties. 

Cost Centers are separate financial accounting centers in which costs 
are accumulated because of legal and accounting requirements. 

A fund established to account for activities that are financed and 
operated in a manner similar to a private business enterprises, where 
cost of providing services to the public are recovered through user fees. 

Defined as a creek, reservoir, a dam, a water treatment plant, a 
pipeline, a canal, etc. 

A 12-month period to which the annual operating budget applies 
and at the end of which a government determines its financial 
position and the results of its operation. The District's fiscal year is July 
1 through June 30. 

A major organizational unit with overall managerial responsibility for 
functional programs of the District. 


GLOSSARY 


Continued 


Prior 


Priority Issue 
Sponsoring Group 


Refers to all actual costs (expenditures) from fiscal year 1991 through 
fiscal year 1996 plus the total available budget from fiscal year 1997 
(balance forward+current budget)t 

One of several long-term issues of vital interest to the District as 
identified by the District Board of Directors. 

Group where a capital project originates 


Santa Clara Valley Water District 
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San Jose, California 95118-3686 
(408) 265-2600 • Fax (408) 266-0271 
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